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Insert A: Project Budgets and Schedule - Key 


Budget: RIDOT publishes an updated budget estimating reasonable costs Schedule: RIDOT publishes an updated schedule to identify key milestones 
for the life of the project. Initial budget reflects the budget at the time the for a project. Advertise is when the contract documents are complete and 
Design was completed, a bid was accepted and a Notice to Proceed (NTP) the project is advertised for bids. Notice to Proceed (NTP) is when the 
was provided to the Contractor. If Initial Budget is blank it is because the construction contract is awarded and work may commence. Site Active 
project is pre-NTP. Projected budget is the current budget at the close of estimates when construction activities will physically begin for the project. 
the current quarter. Difference displays any variance (+/-) between the Complete identifies the point in time at which the project may be deemed 
Initial Budget and the Projected Budget. Projects trending under budget substantially complete, and ready for use by the general public. Completed 


will be highlighted in green, those trending over budget will be highlighted | phases will be shown in italics with darkened fields. Status identifies the 
red. current phase the project is in: Design, Advertise, In Construction, & 


Substantially Complete. 
Spent: Provides the actual values billed to the project to date. 


Route 107 1R Improvements 


Budget Spent Schedule 
Initial Projected Difference To Date Status Advertise NTP Site Active Complete 
Design S 0.4 S$ 0.4 °=5 - S 0.1 In Construction 
Construction $ 26 $ 26 $ - S$ - _ Performance 
~ Other S 14 $5 14° S$ - S 0.2 | Anticipated Completion at NTP 
Contingency S$ 0.2 S$ 0.2 5 - S - | # of Months Late 
Total $ 45 $ 45 ison es S$ 0.3 Iq % Construction Change Orders: 
PTSID: 0076N | | Design as percent of Construction: 
Type: Pavement L Other as percent of Construction: 


Design: Includes costs for design contractor/consultant 
Construction: Includes costs for construction contractor setvices 
Other: Includes costs for right-of-way acquisitions, utility work, 
project oversight 
Contingency: Budgeted value to be utilized to address unfores 
issues. Contingency value is a reflection of the risk remaining on th 
project. 

Budget Contingency: At notice to proceed, budget contingency is 
typically set at 5% of low bid. 

Schedule Contingency: At notice to proceed, schedule contingency is 
typically set at 10% of the contract duration. Deviations from this 
standard may occur due to winter shutdown. Winter shutdown 
typically takes place from December 15 from April 15 but is weather- 


Performance 
Anticipated Completion at NTP: Identifies the substantial completion 
date which was established at the Notice to Proceed (NTP) phase 
# of Months Late: Displays the difference between the Anticipated 
Completion at NTP with the current Schedule Complete date. Positive 
values indicate that the project is behind schedule and are highlighted red; 
negative values indicate that the project is ahead of schedule and are 
highlighted green. 
% Construction Change Orders: Ratio of the value of approved change 
orders versus the original contract award value 
Design as percent of Construction: Ratio of the budget values for Design 
versus Construction 
dependent. . . Other as percent of Construction: Ratio of the budget values for Other costs 
Total budget estimate to deliver the project. far producing theiprdiect versus‘Construction. 

pro 8 pro} 


PTSID: Project Tracking System Identification — A unique identifier in RIDOT’s systems to track schedule, budget and asset related activities. 

Type: Identifies the RIDOT Project Pipeline which sponsors the project (Bridge, Maintenance & Operations, Pavement, Storm water, TAP/Other, Traffic, & Transit) 
Comingled Design: Historical financial information for Design costs were not tracked to the project level. As of 2015, all new Design contract costs are tracked to each 
individual project, and RIDOT has begun to track design costs to the project level for most Legacy projects going forward. Due to this inaccurate reporting, it is not 
possible to identify design costs at the project level for most legacy projects. For Legacy projects where design was comingled, initial total project costs are NA. 
Design Build Contracts - Design build contract funding allocation appears as follows: Design consultants that generate the Advertising documents will be reflected in 
the Design ne, the Contractor/Design team will be reflected as one total in the Construction line. Additionally, the time for a design-build contract to be awarded 
from advertisement to NTP is anticipated to take between 6-8 months. 

Note: All dollar values are in millions and rounded to the nearest $100,000.00. 


Color Coding: Additionally, certain key items are color coded throughout as indicators of performance, as described below: 


On Time On Budget Change Orders 
Status Color Status Color Range 


On-Time On-Time 0-5% 
0-6 months behind Over Budget 5-10% 


6-12 months behind 10%+ 
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Project Summary Lists 
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Changes from Last Quarter 
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FFY14 
BRIDGE 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [.01—Feb-12 }| 04-Apr-13 | 25-May-17 
Design NA $0.008 NA ($0.001) 
Construction $1.500 $1.570 $0.070 $1.286 Anticipated Completion at NTP: 31-Oct-14 
Other NA $0.979 NA $0.798 ap miontheilare: 
Contingency $0.085 $0.000  (S0.085) $0.000 ae Conctniction changé Grder 7% 
Total Ne $2.556 32.083 Design as Percent of Construction: NA 
ED. Sauk NEE; BRIDGE alee aed Other as Percent of Construction: 62% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.002 NA ($0.002) 
Construction $2.600 $2.804  $0.204 $2.760 RnticipatedicamPletioniae nize 29-Feb-16 
Other _NA $1.738 NA $1.860 eorRnenthe late: 
Contingency $0.130 $0.000 0.130) $0.000 SAGE RCIOn Granee orden 11% 
wots! aus $4.544 $4.618 Design as Percent of Construction: NA 
psp ies) NEE SERIDGE Other as Percent of Construction: 62% 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29-May-13 | 29-Aug-13 | 06-Apr-17 
Design NA $0.203 NA $0.101 
Construction $15.300 $15.956 $0.656 $15.279 a . ; 
Other NA $3.115 NA $2.913 ee at NTP: 30-Nov-17 
Contingency $0.765 $0.000 (S0.765) $0.000 ae erm the Changs Orden 3% 
iota! as $19.274 $18,293 Design as Percent of Construction: NA 
nlp eae TYPE: BIESE 7) Degacy Other as Percent of Construction: 20% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.254 NA $0.156 
Construction $8.447 $8.349  (S$0.098) $8.302 Anticipated’ Completionat NIP: 34-Jul-17 
Other _NA $2.642 NA $2.552 or months lace: 
Contingency $0.422 $0.001 (S0.421) $0.000 eROR NC THUETION Grange Orden "7% 
hotel Ne 911.245 311.010 Design as Percent of Construction: NA 
BSD Ee DIRE: SNDICE vee Other as Percent of Construction: 32% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $6.220 NA $0.000 
Construction $4.657 $4.843 $0.186 $4.841 oe : ; 
Other "NA $1,512 NA $0,550 OU LER oa at NTP: 31-Jul-16 
Contingency $0.233 $0.000 (S0.233) $0.000 Bi eoaehunien Change Bidar: 2% 
Total Ne $12.575 $5.390 Design as Percent of Construction: NA 
PIS: aun HPS BRIDGE vi Peeay Other as Percent of Construction: 31% 


FFY14 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [31-Oct-12 | 24-Jan-13 | 18-Jul-17 

Design NA $4.175 NA $2.074 

Construction $68.931 $74.449 $5.518 $71.013 Mntieperedicomplencneen aie: 31-Mar-16 

Other NA $24.721 NA 523.873 Hor He late: 

Contingency $3.447 $1.257 SEO late: 

Total NA $104.602 % Construction Change Order: 11% 
td = Design as Percent of Construction: NA 
HED Gils TNE SERIDGE Other as Percent of Construction: 33% 
OPERATING 

Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: é 

Design NA $0.000 NA $0.000 

Construction $2.181 $1.533 ($0.648) $1.546 Anticinated:Compietionat NIP: a0sen16 

Other NA $1.002 NA $0.391 #-of months lake: 

Contingency $0.109 $0.000 (S0.109) $0.000 Se Camcenueran Change enias 59% 

Total Ne $2.534 $1,936 Design as Percent of Construction: NA 
PIStDe 200GF AIRE: DPERSIINS wv) Peay Other as Percent of Construction: 65% 

Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 

Design NA $0.000 NA ($0.006) 

Construction $1.641 $0.879 ($0.762) $0.850 Anticipated Completion at NTP: Be DeciG 

Other NA $0.119 NA (S0.144) Roc niente ace: 

Contingency $0.082 $0.000 ($0.082) $0.000 O CHREEEHOn ichenwas Order "18% 

Mee ne $0.998 $0.700 Design as Percent of Construction: NA 
ASE Oel RESCUER BING De) Other as Percent of Construction: 13% 

Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 

Design NA $0.000 NA $0.000 

Construction $0.700  $0.505 ($0.195) $0.505 Anticipated Completion at NTP: S6:Noyte 

Other NA $0.110 NA $0.088 ter mienthsilaca: : 

Contingency $0.033 $0.000 (S0.033) $0.000 of Canctrution chanke eee "53% 

Total ale 30.615 $0.592 Design as Percent of Construction: NA 
PIS: 7003E TEE Oren Play Other as Percent of Construction: 22% 
PAVEMENT 

Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [19-Mar-14 | 09-Jul-14 [20-Oct-17 

Design NA $9.414 NA $6.801 

Construction $29.489  $29.800 $0.311 $26.664 Anticipated Completion at NTP: 30-Nov-17 

Other NA 530.869 NA 527.804 ap montheiane: : 

Contingency $1.474 $0.917. (S$0.557) $0.000 of Canskracion change Gide 3% 

Total us $71.000 361.270 Design as Percent of Construction: 32% 
en oe TNRE: ev eMENIT vy) Legacy Other as Percent of Construction: 104% 


FFY14 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [15-Nov-13] 26-Feb-14 | 30-Nov-16 
Design NA $0.000 NA $0.000 
Construction $0.803 $0.811  $0.008  $0.624 Anticipated Completion auntie: 31-Mar-17 
Other NA S0.477 NA $0.458 sarionthe late: 
Contingency $0.040 $0.000  (S0.040) $0.000 CACOnT RUSTON Ghanee order 19% 
ioral Me $1,288 $1,082 Design as Percent of Construction: NA 
DEE: DRE Pay eMENE vv Eeeeey) Other as Percent of Construction: 59% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [03=Sep=14 | 15—Jan=15 | 
Design NA $0.001 NA $0.000 
Construction 53.710 53.884 $0.174 $3.386 -_ . ; 
Other "NA $1.545 NA $1,534 eee at NTP: 31-Dec-15 
Contingency $0.185 $0.000 (S0.185) $0.000 SiC anstUcHon Change Cider 1% 
Total us 35.430 34.921 Design as Percent of Construction: NA 
Pini OleF IRE: Fy eMeN i Eeered Other as Percent of Construction: 40% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.000 NA $0.000 
Construction $0.675 $0.695 $0.020 $0.561 Rntinipatedicomplctioniae nize 30-Jun-15 
Other NA S0.310 NA S0.184 et eacttaee [ERED 
Contingency $0.034 $0.001  ($0.034) $0.000 BF COACUCION Hance Order: 3% 
wots ane $1.005 30.745 Design as Percent of Construction: NA 
ISEB ESIUS EE eS EMENL YE Other as Percent of Construction: 45% 
uel ER 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [27-Aug-14 | 24—Dec-14 [17-Apr-16 
Design NA $0.326 NA $0.237 
Construction $6.926 $6.927 $0.001 $6.369 anticipated Camslsdonernie: 31-Jul-16 
Other NA $2.053 NA $2.166 eat monthe late: 
Contingency $0.346 $0.006 (S0.340) $0.000 of Canctrution chanke eee 19%, 
Total ale 39.311 38.772 Design as Percent of Construction: NA 
PE vn TPE TEI OMEN wf teeecy Other as Percent of Construction: 30% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.000 NA ($0.001) 
Construction $2.423 $2.573 $0.150 $2.475 Antivigated Completion at NTP: 30-Nov-15 
Other NA $1.324 NA $1.289 ap montheiane: 
Contingency $0.121 $0.000 0.121) $0.000 of Canskracion change Grder 39, 
Total ua 33.897 33,764 Design as Percent of Construction: NA 
ee eases RE, TBAREE Other as Percent of Construction: 51% 


Budget Spent Advertise NTP 
Initial Projected Difference To Date Schedule: 
Design NA $0.000 NA $0.000 
Construction 50.649 $0.649 $0.000 S$0.541 Anticisated Completion au Nie: 
Other NA S0.639 NA $0.596 # of months late: 
Contingency $0.032 $0.000  (S0.032) $0.000 Sr Comeion Change Oren 
Hotel ane $1,288 $1,137 Design as Percent of Construction: NA 
fl DEAUISE PE EEE vee Other as Percent of Construction: 98% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [26-Sep-14] - [al Stiketol ils 
Design NA $0.000 NA ($0.001) 
Construction $2.319 $2.319 $0.000 $2.286 . . ; 
Other "NA $0,530 NA $0,457 Unione rele eal at NTP: 31-Dec-15 
Contingency S0.000 $0.000 $0.000 $0.000 ei-Construction Change Onder 0% 
Total ula 32.849 $2,742 Design as Percent of Construction: NA 
ple een FES TBAGEIE ieee! Other as Percent of Construction: 23% 
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FFY15 
BRIDGE 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [18-Sep-15 | 12-Jan-16 | 01-Nov-16 
Design NA $0.090 NA $0.069 
Construction $2.100 $2.100 $0.000 $1.891 Anticipated Completion at NTP: 31-Jul-17 
Other NA $1.042 NA $1.016 ap miontheilace: 
Contingency $0.100 $0.003 (S0.097) $0.000 Ff canctruction changé Grder 33% 
Total Né 33.235 32.976 Design as Percent of Construction: NA 
ETDS O1ser: TYEE; BRIDGE ala aed Other as Percent of Construction: 50% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [21-Aug-15 | 08-Nov-15 | 17-Jul-16 
Design NA $0.065 NA $0.018 
Construction $0.550 $0.458  ($0.092) $0.387 ae . : 
Othe: "NA $0,325 NA $0,333 oUaciprta ala at NTP: 31-Jul-16 
Contingency $0.049 $0.000 ($0.049) $0.000 SAGE ROCiOn Gianee orden "8% 
vee aus $0.848 $0.737 Design as Percent of Construction: NA 
PERS Shee INEESERIDGE Me Other as Percent of Construction: 71% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.425 NA $0.389 
Construction $14.000 $12.500 ($1.500) $11.971 ee . ; 
Other NA $2,188 NA $1.715 eee at NTP: 31-Jul-17 
Contingency $0.700 $0.000 ($0.700) $0.000 ® Construction Changs Orden "79% 
iota! a $15,113 $14.075 Design as Percent of Construction: NA 
Fie een PEE BRIUSE wi Legacy Other as Percent of Construction: 18% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.133 NA $0.109 
Construction $6.200 $7.130  $0.930 $7.103 Anticipated Completion at nie: 31-Dec-16 
Other _NA $1.554 NA $1.536 or months lace: 
Contingency $0.313 $0.000 0.313) $0.000 8 germs unui tina Chen ee One 16% 
hotel Mel 38.817 Design as Percent of Construction: NA 
flsiby CHL (ee NDI Other as Percent of Construction: 22% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [24-Jun-15 | 01-Sep-15 | 15-May-17. 
Design NA $0.110 NA $0.065 
Construction $2.208 $2.528 $0.320. $2,205 es ; ; 
other "NA §1.035 NA $1.161 OU LEAR ae at NTP: 31-Jul-17 
eer ala a ee reas % Construction Change Order: 29% 
= : : - Design as Percent of Construction: NA 
ep PS SEIDSE v| Legacy Other as Percent of Construction: 41% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0201U 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0163F 


Budget Spent 
Initial Projected Difference To Date 
NA $0.103 NA 50.030 
$10.891 $10.569 ($0.322) $9.935 
NA $2.532 NA $2.539 
$0.545 $0.000 ($0.545) $0.000 
_ NA $13.204 $12.504 
TYPE: BRIDGE w| Legacy 


Budget Spent 
Initial Projected Difference To Date 
NA $0.595 NA $0.291 
55.600 $5.862 $0.262 $5.437 
_NA 52.680 NA $2.683 
$0.280 $0.005 ($0.275) $0.000 
NA $9.142 $8.411 
TYPE: BRIDGE v| Legacy 


FFY15 


Advertise NTP 


Complete 


Schedule: [08-May-15] 29-Jul-15 | 21-Nov-16 
Anticipated Completion at NTP: 31-Dec-16 
# of months late: 
% Construction Change Order: -4% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 24% 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 31-Dec-17 
# of months late: 
% Construction Change Order: 10% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 46% 


Advertise NTP 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0143R 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0113V 


Budget Spent 
Initial Projected Difference To Date 
NA $0.002 NA ($0.002) 
$5.600 $5.622  $0.022 $5.663 
NA $1.976 NA $1.987 
$0.280 $0.000 ($0.280) $0.000 
NA $7.600 $7.648 
TYPE: BRIDGE v| Legacy 


Budget Spent 
Initial Projected Difference To Date 
NA $0.050 NA $0.051 
$4.300 $3.956 ($0.344) $3.989 
_NA $1.256 NA $1.273 
$0.213 $0.000 ($0.213) $0.000 
NA $5.262 $5.313 
TYPE: BRIDGE v|Legacy 


Complete 


Schedule: [05-Nov-14 
Anticipated Completion at NTP: 30-Nov-16 
# of months late: 
% Construction Change Order: 3% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 35% 


Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: 30-Nov-16 
# of months late: 
% Construction Change Order: 3% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 32% 


Advertise NTP 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0154B 


Budget Spent 
Initial Projected Difference To Date 
NA $0.075 NA $0.026 
$2.200 $2.061 (0.139) $2.063 
NA $0.612 NA S0.657 
$0.110 $0.046 (S$0.064) $0.000 
NA $2.794 $2.745 
TYPE: BRIDGE iv) Legacy 


Schedule: [31-Dec-14 | 15-Apr 
Anticipated Completion at NTP: 31-Oct-16 
# of months late: 
% Construction Change Order: -3% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 30% 


FFY15 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: | 15-Oct-14 | 14-Jun-15 | 17-Jun-16 
Design NA $0.800 NA $0.725 
Construction §2.200 $2.219  $0.019 $2.178 Ariti@osted Catipicdorat NTP: 31-Aug-16 
Other NA $0.954 NA $0.903 abate ake: 
Contingency $0.110 $0.000 ($0.110) $0.000 oe Cah eraction Change Order 50% 
Total ans $3.973 33.806 Design as Percent of Construction: NA 
PISID: 02001 Se ile vi Teeacy Other as Percent of Construction: 43% 
a a SGN ES 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [19-Jun-15 | 25-Aug-15 | 17-Sep-15 
Design NA $0.000 NA $0.000 
Construction $0.173 $0.220  $0.047 $0.200 Antiepatecicorelsdomat NTE: 31-Oct-15 
Other NA S0.059 NA $0.048 : 
Contingency $0.009 $0.000 _($0.009 f Ob mons Tate 
Total NA $0.278 3 % Construction Change Order: 13% 
: : Design as Percent of Construction: NA 
Pisip: Odeey NPE? OPERAUNG Other as Percent of Construction: 27% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.000 NA $0.000 
Construction 52320 S1'602(50:718)) $1572 AnticinatedicempletionaeNnr: a Heee 
Other _NA $0.528 NA S0.480 Roc niente ace: 
Contingency $0.116 $0.000 (S0.116) $0.000 or Caneracuon Grenee Orden "31% 
Uehel Me 32,129 32.052 Design as Percent of Construction: NA 
pee O ce INES EEPBRING RA ee) Other as Percent of Construction: 33% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: J v 16 
Design NA $0.000 NA $0.000 
ee eaed: e078. <2000r, <ataee Anticipated Completion at NTP: 31-Dec-16 
Other NA S0.246 NA $0.247 op mienthsilace: 
Contingency $0.102 $0.008  (S$0.095) $0.000 ay Conetrdrton change erien "50, 
MiEL ale 32.331 $2,197 Design as Percent of Construction: NA 
Ei ee TEE Ores ieee Other as Percent of Construction: 12% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [17-Mar-15 | 07-Jun-15 [17-May-16 
Design NA $0.000 NA $0.000 
Construction $1.303 $1.588  $0.285 $1.520 Rnticipatedicameletioniae nic: ee 
Other NA $0.137 NA $0.115 Ao cetera mene 
Contingency $0.065 $0.000 0.065) $0.000 UF COnETRUEtiOn Gnonee Gren 16% 
Total Na $1.725 $1.635 Design as Percent of Construction: NA 
pip Oeeek Wessel A) Other as Percent of Construction: 9% 


FFY15 


PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [21-Nov-14 | 25-Mar-15 | 12-Jul-17 

Design NA $0.000 NA ($0.001) 
Construction $5.800 $6.600 S0.800 $5.809 os : . 
other “NA $1.929 NA $1.785 ae oe at NTP: 31-Aug-17 
Contingency $0.290 $0,000 Pot ONS tate 
Total NA $8.529 % Construction Change Order: 17% 
= - Design as Percent of Construction: NA 
RlaIDetaae TEES Eee Ent wt leeacy Other as Percent of Construction: 29% 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [20-Apr-15 | 14-Jul-15 | 17-Jul-16_ 
Design NA $0.060 NA $0.025 
Construction $3.900 $3.457 (S0.443) $3.484 AnticigatediCompletionlatiniP: aaseie 
Other NA $1.368 NA $1.393 Ge months ce: 3 
Contingency $0.200 $0.000  (S0.200) $0.000 Br Conethinton Granee Oren "3% 
Total ane $4.885 34.902 Design as Percent of Construction: NA 
PIES UO eee! EEN vee Other as Percent of Construction: 40% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.059 NA $0.052 
Construction $1.343 $1.270 ($0.073) $1.154 Anticesiad Cauipiction ae Nie: 30-Nov-15 
Other NA $0.546 NA $0.550 OE Monthe ate: , 
Contingency $0.069 $0.000 (S0.069) $0.000 Se Canctrucon change Grice 0% 
Jota ba 31.876 S737 Design as Percent of Construction: NA 
ESE Deo PE EBV EEN 7 Legacy Other as Percent of Construction: 43% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-May-15 ] 20-Aug-15 | 01-May-16 
Design NA $0.000 NA (S0.001) 
Construction $2.441 $2.441 S0.000 $2.256 Anticipated Completion at NTP: 31-May-16 
Other NA $0.785 NA $1.011 ee eee [al 
Contingency $0.122 $0.000 (S$0.122) $0.000 OC ARSECCGH Gnanee Grden "50 
Total Ms 33.226 33.267 Design as Percent of Construction: NA 
ple lEEe ok DRE PAVEMENT Rano) Other as Percent of Construction: 32% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [06-May-15 | 31-Aug-15 | 17-May-16 
Design NA $0.076 NA $0.010 
Construction $5.163 $5.507 $0.344 $5.424 re ; ; 
Other NA $0.746 NA $0.680 i ett aca ae eer 1-May-16 
Contingency $0.258 $0.000 0.258) $0.000 be Baneinaction cranwe biden 7% 
aot! NA $6.328 36.113 Design as Percent of Construction: NA 
EISIDE Oi fen RE: PAVEMENT vj Legacy Other as Percent of Construction: 14% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0173) 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0166D 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0173R 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0078G 


Budget Spent 
Initial Projected Difference To Date 
NA $0.000 NA 50.010 
$1.449 $1.487 $0.038 $1.382 
NA $0.385 NA $0.598 
$0.072 $0.033 ($0.039) $0.000 
NA $1.905 $1.990 
TYPE: PAVEMENT w| Legacy 


Budget Spent 
Initial Projected Difference To Date 
NA $0.000 NA $0.000 
$0.749 $0.755 $0.006 $0.631 
_NA $0.612 NA S0.710 
$0.049 $0.000 ($0.049) $0.000 
NA $1.366 $1.341 
TYPE: PAVEMENT v| Legacy 


Budget Spent 
Initial Projected Difference To Date 
NA $0.186 NA $0.023 
$6.008 $5.537. (S$0.471) $4.884 
_NA $1.249 NA $1.238 
$0.300 $0.000 ($0.300) $0.000 
NA $6.972 56.145 
TYPE: PAVEMENT iv] Legacy 


Budget Spent 
Initial Projected Difference To Date 
NA $0.050 NA $0.000 
$7.305 $7.305 $0.000 $6.122 
_NA $1.871 NA $1.462 
$0.365 $0.335  ($0.030) $0.000 
NA $9.561 $7.584 
TYPE: PAVEMENT v|Legacy 


FFY15 


Advertise NTP 


Complete 


Schedule: | 24-Jun-15 | 01-Sep-15 J 01-May-16 
Anticipated Completion at NTP: 30-Jun-16 
# of months late: 
% Construction Change Order: 1% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 26% 


Advertise NTP 


Complete 


Schedule: [10-Oct-14 | 13-Jan-15 | 
Anticipated Completion at NTP: 30-Nov-15 
# of months late: 
% Construction Change Order: 4% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 81% 


Advertise NTP 


Complete 


Schedule: [15-Apr-15 [13-Jul-15 | 
Anticipated Completion at NTP: 30-Jun-16 
# of months late: 
% Construction Change Order: -16% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 23% 


Advertise NTP Complete 


Schedule: 
Anticipated Completion at NTP: 31-Aug-17 
# of months late: 
% Construction Change Order: 1% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 26% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0055) 


Budget Spent 
Initial Projected Difference To Date 
NA S0.007 NA S0.007 
$4.130 $3.910 (80.220) $3.910 
NA S0.676 NA S0.676 
S0.204 $0.000 (S$0.204) $0.000 
NA $4.593 $4.593 
TYPE: PAVEMENT iv) Legacy 


Advertise NTP 


Complete 


Schedule: [10-Jul-15 | 03-Dec-15 | 17-Sep-16 | 


Anticipated Completion at NTP: 31-Oct-16 
# of months late: 

% Construction Change Order: -5% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 17% 


FFY15 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0173N 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0172B 


Budget Spent 
Initial Projected Difference To Date 
NA $0.001 NA ($0.001) 
51.900 $1.607 (S$0.293) $1.607 
NA S0.708 NA $0.708 
$0.095 $0.000 ($0.095) $0.000 
NA $2.315 $2.314 
TYPE: PAVEMENT v| Legacy 


Budget Spent 
Initial Projected Difference To Date 
_NA S0.077 NA $0.020 
$3.467 $3.407. ($0.060) $2.837 
NA $1.520 NA $1.562 
$0.173 $0.000 ($0.173) $0.000 
NA $5.004 $4.418 
TYPE: PAVEMENT v| Legacy 


Advertise NTP Complete 
Anticipated Completion at NTP: 30-Jun-16 
# of months late: 

% Construction Change Order: -2% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 44% 


Advertise NTP Complete 
Schedule: [28-Sep-15 | 04-Nov-15 | 17-Sep-16 


Anticipated Completion at NTP: 30-Nov-16 
# of months late: 

% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 45% 


tater 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 9603B 


TRAFFIC 


Budget Spent 
Initial Projected Difference To Date 
NA $0.000 NA (S0.001) 
$1.494 $1.524  $0.030 $1.414 
NA $0.427 NA $0.415 
$0.075 $0.000 ($0.075) $0.000 
NA $1.951 $1.828 
TYPE: TAP/OTHER iv] Legacy 


Advertise NTP Complete 
Schedule: [29-Oct-14 | 28-Jan-15 
Anticipated Completion at NTP: 30-Nov-15 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 28% 


Design 
Construction 
Other 
Contingency 
Total 


PTSID: 0011C 


Budget Spent 
Initial Projected Difference To Date 
NA $0.000 NA $0.000 
$2.418 $2.418 $0.000 $1.800 
NA $0.831 NA $0.598 
$0.121 $0.035 ($0.087) $0.000 
NA $3.283 $2.398 
TYPE: TRAFFIC v| Legacy 


Advertise NTP Complete 
Schedule: | 31-Dec=14 } 31 
Anticipated Completion at NTP: 31-Aug-16 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 34% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0102H 


Budget Spent 
Initial Projected Difference To Date 
NA $0.117 NA $0.089 
$1.244 $1.244  $0.000 $0.924 
NA $0.425 NA S0.446 
$0.062 $0.060  ($0.002) $0.000 
NA $1.847 $1.459 
TYPE: TRAFFIC w| Legacy 
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Advertise NTP Complete 
Schedule: [19-7 ug-1 
Anticipated Completion at NTP: 30-Sep-16 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 9% 
Other as Percent of Construction: 34% 


FFY15 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [13-Mai ' 
Design NA $0.021 NA S0.014 
Construction $1.622 $1.622 $0.000 $1.491 Ariti@osted Catipiédorat NTP: 31-Jul-16 
Other NA $0.728 NA $0.709 tat months lake: 
ed as eae 50.000 eee % Construction Change Order: 0% 
ba : - . Design as Percent of Construction: NA 
EIB OMG ere RAPHE vi Leealy Other as Percent of Construction: 45% 
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FFY 2016 PROJECTS 
Insert A 


FFY16 
BRIDGE 


FFY16 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0113U 


Budget 


Spent 


Initial 


$0.171 $0.171 
55.700 $5.829 
$1.885 $1.791 
$0.431 $0.396 
$8.187 $8.187 
TYPE: BRIDGE 


Projected Difference To Date 


$0.000 $0.111 
$0.129 $3.535 
($0.094) $1.303 
($0.035) $0.000 

$4.949 


Legacy 


NTP Complete 


Schedule: 
Anticipated Completion at NTP: 31-Aug-18 
# of months late: 
% Construction Change Order: 1% 
Design as Percent of Construction: 3% 
Other as Percent of Construction: 31% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0153E 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0145B 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0183B 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0144E 


Budget 


Spent 


Initial 


$0.400 $0.400 
$2.400 $2.440 
$1.376 $1.356 
$0.100 $0.080 
$4.276 $4.276 
TYPE: BRIDGE 


Budget 


Projected Difference To Date 


$0.000 $0.332 
$0.040 $2.030 
($0.020) $0.750 
($0.020) $0.000 

$3.112 


Legacy 


Spent 


Initial 


$0.275 $0.375 
$4.900 $4.900 
$3.970 $3.960 
$0.245 $0.155 
$9.390 $9.390 
TYPE: BRIDGE 


Budget 


Projected Difference To Date 


$0.100 $0.180 
$0.000 $1.003 
($0.010) $0.532 
(S0.090) $0.000 

$1.715 


Legacy 


Spent 


Initial 


$0.310 $0.310 
$5.000 $5.000 
S267 $2.167 
$0.263 $0.263 
$7.739 $7.739 
TYPE: BRIDGE 


Budget 


Projected Difference To Date 


$0.000 $0.167 
$0.000 $2.900 
$0.000 $0.621 
$0.000  $0.000 

$3.688 


Legacy 


Spent 


Initial 


$0.166 $0.116 
$3.375 $3.375 
52.824 $3.185 
$0.126 $0.065 
$6.491 $6.741 
TYPE: BRIDGE 


Projected Difference To Date 


($0.050) $0.102 
$0.000 $1.421 
$0.361 $1.377 

($0.061) $0.000 

$2.899 


Legacy 
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Schedule: [30=Sep=16 


Advertise NTP Complete 


Schedule: [31-May-16] 19-Sep-16] 


Anticipated Completion at NTP: 31-May-18 
# of months late: 

% Construction Change Order: 5% 
Design as Percent of Construction: 16% 
Other as Percent of Construction: 56% 


Advertise NTP Complete 


Anticipated Completion at NTP: 31-May-21 
# of months late: 

% Construction Change Order: 1% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 81% 


Advertise NTP Complete 


Anticipated Completion at NTP: 31-May-18 
# of months late: 

% Construction Change Order: 7% 
Design as Percent of Construction: 6% 
Other as Percent of Construction: 43% 


Advertise NTP 


Schedule: 
Anticipated Completion at NTP: 31-Aug-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 3% 
Other as Percent of Construction: 94% 


FFY16 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.400 $0.450 S0.050 $0.328 
Construction $1.205 $1.205  $0.000 $0.797 ee . 7 
Other 1.142 $1,092 ($0.050) $0.518 pie aoe et NIE: 31-May-18 
Contingency $0.060 $0.060  $0.000 $0.000 CACOnT RUSTON Ghanee order 3% 
ioral $2.807 $2.807 $1.643 Design as Percent of Construction: 37% 
eS once) TYPES ERIDGE Lemay Other as Percent of Construction: 91% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29-Sep-16 | 22-Dec-16 
Design $0.350 $0.350 S0.000 $0.080 
Construction $2.629 $2.689 S0.060 $2.022 ae : : : 2 
Other $1.615  $1.615  §0.000 $0.565 eee aes 31-May-19 
Contingency $0.131 $0.071  (S$0.060) $0.000 df Conetrubibil Change Gren 3% 
Total $4,726 $4,726 32.668 Design as Percent of Construction: 13% 
PTSID: 0171B TYEE: BRIDGE PeRaLy Other as Percent of Construction: 60% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design 52.366 $2.366 S0.000 S0.626 
Construction $9.389 $9.387 ($0.002) $2.555 ia ; ; ; 
Other $2586  $§2.586  $§0.000 §0.383 Sacer dcue ge 31-Jul-18 
Contingency $0.705 $0.705  $0.000 $0.000 OF COACTUCION hance Order: 0% 
worl $15.046__$15.044 $3.564 Design as Percent of Construction: 25% 
PASI ESE DEE SERIDGE Boy, Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [2 | 
Design $0.859 $0.859 S0.000 $0.350 
Construction $5.700 55.700 S0.000 $4.262 5% ; : 
Other $2.031  $2.031  $0.000 §0.495 PN acer eae a BUNTE: alla 
Contingency $0.285 $0.285 $0.000 $0.000 of Construction Ghangé Order 14% 
Total $8.875 $8.875 35.107 Design as Percent of Construction: 15% 
pe eee WYRE: BRIDGE PoRALY Other as Percent of Construction: 36% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [01-Mar-16 ] 01-Jul-16 | 04-Oct-17 
Design $0.895 $0.916 $0.021 S0.849 
Construction $8.168 $8.168 $0.000 $7.576 et ; ; : 
Other $2.294  §2.233 ($0.061) $1.725 eel acai al Bee: 31-Oct-17 
Contingency $0.385 $0.425 $0.040 $0.000 SCOR OCHOR cane Orden 8% 
hota! $11,742 __ 911.742 $10.149 Design as Percent of Construction: 11% 
A DEAE WIRES NIBISE ScEaLy Other as Percent of Construction: 27% 
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Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0012L 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0012R 


Budget Spent 
Initial Projected Difference To Date 
$0.180 $0.213 $0.033 $0.195 
$1.927 $2.031 $0.104 $1.467 
$1.040 $0.984  ($0.056) $0.437 
$0.096 $0.015  ($0.081) $0.000 
$3.243 $3.243 $2.100 

TYPE: BRIDGE Legacy 


Budget Spent 

Initial Projected Difference To Date 
$1.250 $1.250 $0.000 $0.966 

$16.971 $17.216 $0.245 $3.385 
$2.913 $2.828  ($0.085) $0.872 

S0.763 $0.603 (S$0.160) $0.000 

$21.897 $21.897 $5.223 

TYPE: BRIDGE Legacy 


FFY16 


Advertise NTP 


Complete 


Schedule: | 23-Sep-16] 21-Dec-16 | 20-Nov-17 
Anticipated Completion at NTP: 31-Dec-17 
# of months late: 
% Construction Change Order: 8% 
Design as Percent of Construction: 10% 
Other as Percent of Construction: 48% 


Schedule: 
Anticipated Completion at NTP: 31-Oct-18 
# of months late: 
% Construction Change Order: 1% 
Design as Percent of Construction: 7% 
Other as Percent of Construction: 16% 


Advertise NTP 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0012N 


Budget Spent 
Initial Projected Difference To Date 
$0.159 $0.159 $0.000 $0.110 
$0.500 $0.500 $0.000 $0.401 
$0.642 $0.202 (S0.440) $0.167 
$0.025 $0.025 $0.000  $0.000 
$1.325 $0.885 $0.678 

TYPE: BRIDGE Legacy 


Complete 


Schedule: [22—Jul_16]05_Oct_16] 20—Jun_17 
Anticipated Completion at NTP: 31-May-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 32% 
Other as Percent of Construction: 40% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0118A 


Budget Spent 

Initial Projected Difference To Date 
$1.200 $1.200 $0.000 $0.881 

$7.700 $8.057 $0.357 $2.689 

$4.174 $4.117 (S0.057) $0.938 

$0.385 $0.085  ($0.300) $0.000 

$13.459 $13.459 $4.507 

TYPE: BRIDGE Legacy 


Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: 31-May-20 
# of months late: 
% Construction Change Order: 4% 
Design as Percent of Construction: 15% 
Other as Percent of Construction: 51% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0156C 


Budget Spent 
Initial Projected Difference To Date 
$0.200 $0.200 $0.000 $0.171 
$1.700 $1.700 $0.000 $0.575 
$1.549 $1.549 $0.000 $0.262 
$0.085 $0.085 $0.000 $0.000 
$3.534 53.534 $1.009 

TYPE: BRIDGE Legacy 
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Advertise Complete 


Schedule: [BusAugemelao=No: 
Anticipated Completion at NTP: 31-May-19 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 12% 
Other as Percent of Construction: 91% 


FFY16 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Mar-16 
Design S0.300 S0.300 S0.000 S0.076 
Construction $4.500 $4.500  $0.000 $3.425 re . 7 
Other $1531 $1,531 §0.000 $0.935 pas aoe ete: 30-52-18 
Contingency $0.250 $0.250 $0.000 S$0.000 paceman Ghanee order 19% 
ioral $6.581 $6.581 34.435 Design as Percent of Construction: 7% 
PIE UE IEE ENRIGE EeRaLy Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [Ol=Sep=16]14-Feb=17] —Dec-19 | 
Design $2.941 $3.121 $0.180 $2.475 
Construction $15.200 $15.200 S0.000 $3.142 ee . : E : 
Other $2368  $2.368  §0.000 $0,649 gan rele al ae 31-Dec-19 
Contingency S0.760 $0.580 (S0.180) $0.000 SA Coneructian Change Cider "19% 
Total $21,269 __$21.269 36.266 Design as Percent of Construction: 21% 
PISO: GOON TYPE: BRIDGE PrBaly Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [31-Aug-16] 02-Aug-17} ~~ Dec-18 | 
Design $0.350 S0.350 S0.000 S0.303 
Construction $1.300 $1.710 $0.410 $0.268 ies : ; 
Other $1.069  $1.069  §0.000 $0.271 Seed BENE: 31-Dec-18 
Contingency $0.106 $0.000  (S0.106) $0.000 Bearer caan Hance Order: 30% 
wots $2.825 $3.129 $0.843 Design as Percent of Construction: 20% 
ED ies DNEE BRIDGE Eoeaey Other as Percent of Construction: 62% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [01-Mar-16 | 13-Jun-16 | 17-Sep-16 | 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.201 $0.201  $0.000 $0.186 2 . ; “pase: 
Other $0.121  $0.111 ($0.010) $0.056 tl aes ae 31-Oct-16 
Contingency $0.045 $0.055 $0.010  $0.000 a, Conetruetian change Bien 0% 
LEED 30.367 30.367 30.243 Design as Percent of Construction: NA 
PYSIDS CUBA EYRE, OPERATING PeBaly Other as Percent of Construction: 55% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [09-Mar-16 | 15-Jun-16 [17-Sep-16 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.197 $0.197 $0.000 $0.177 a : ; 
Other $0.336  $0.333.--($0.003) $0.074 OLN a esac cate Senile 30-5ep-16 
Contingency 50.023 $0.025 $0.003 $0.000 SCORE Kuan Gnonee Gren 0% 
Total $0.555 $0.555 $0.250 Design as Percent of Construction: NA 
PIO Leas AE eRe SELEY Other as Percent of Construction: 169% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [09-Mar-16] 14-Jun-16 [17-Sep-16 
Design S0.000 $0.000 S0.000 S0.000 
Construction $0.202 $0.202 $0.000 $0.185 ae : ; 
Other $0.216  $0.224 §0.008 $0.160 a ea een aga ae Nii: 30-5ep-16 
Contingency $0.032 $0.024  (S0.008) $0.000 7 Copceniion Change Order 0% 
Total $0.449 $0.449 $0.344 Design as Percent of Construction: NA 
plaids ies’ PIPE ORE ANING Leeaty Other as Percent of Construction: 111% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.010 S0.010 S0.000 S0.000 
Construction $0.648 $0.658  $0.009 $0.571 we : ; Pee 
Other $0.448  $0.475 §0.027_—-$0.380 peace? cus 31-Oct-16 
Contingency S0.044 $0.008  (S$0.036) $0.000 BA Genetic den eaanee Orden "13% 
Ue) $1.150 $1,150 $0.950 Design as Percent of Construction: NA 
eee PE Ou ERAuING Pees, Other as Percent of Construction: 72% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: | 
Design S0.000 $0.000 $0.000 S0.000 
Construction $1.185 $1.185 $0.000 $1.124 = : ; 
Other $0.407  $0.403 —-($0.004) ~$0.109 eae tered ce 31-May-17 
Contingency $0.036 50.040 $0.004  $0.000 gC oneticton change arden 3% 
Total $1,628 $1,628 $1,233 Design as Percent of Construction: NA 
Ei DOR SRE EPenAnie Penaty Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.000 $0.000 S0.000 $0.000 
Construction $0.729 $0.729 $0.000 $0.215 es : : 
Other $0554  $0.554  §0.000 $0.076 Su varoen a Cau es PERaS sera 
Contingency $0.036 $0.036 $0.000 S$0.000 Se cper neaae Hance orien 6% 
ots! $1.319 $1.319 $0.291 Design as Percent of Construction: NA 
Pe BS TONE EEC EVANS Bo Other as Percent of Construction: 76% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [22-Jun-16 | 13-Sep-16 
Design S0.000 $0.000 S0.000 S0.000 
Construction $3.300 $3.300  $0.000 $1.016 ss . ; rae 
Other $1319  $1.299 ($0.020) $0.298 eee ae 31-Jan-20 
Contingency $0.180 50.200 $0.020 $0.000 Se CONEERUTOn change aden 0% 
Jota! 34.799 34.799 31.314 Design as Percent of Construction: NA 
PISID: 700s DEE OBER AHINS Legaty Other as Percent of Construction: 39% 
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Design 
Construction 
Other 
Contingency 
Total 

PTSID: 7006) 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0073L 


Budget Spent 
Initial Projected Difference To Date 
$0.000 $0.000 $0.000  $0.000 
$1.937 $1.937 $0.000 $0.322 
$0.646 S0.646 $0.000 $0.021 
$0.097 $0.097 $0.000 $0.000 
$2.680 $2.680 $0.343 

TYPE: OPERATING Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.000 $0.000 $0.000 ($0.018) 
52.400 52.400 $0.000 $1.339 
$0.538 $0.613 $0.075 $0.544 
$0.090 $0.015  ($0.075) $0.000 
$3.028 $3.028 $1.865 

TYPE: OPERATING Legacy 


FFY16 


Advertise NTP 


Complete 


Schedule: | 01-Sep-16 | 22=DEC= IMG. | 
Anticipated Completion at NTP: 29-Feb-20 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 33% 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 30-Nov-17 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 26% 


Advertise NTP 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0116N 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0073K 


PAVEMENT 


Budget Spent 
Initial Projected Difference To Date 
$0.000 $0.000 $0.000 $0.000 
$3.143 53.148 $0.005 $1.700 
$0.507 $0.602  $0.095 $0.462 
$0.100 $0.000 ($0.100) $0.000 
$3.750 $3.750 $2.162 

TYPE: OPERATING Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.000 $0.000 $0.000 $0.000 
$2.100 $2.100 $0.000 $1.581 
$0.577 $0.587 $0.010 $0.499 
$0.100 $0.090 ($0.010) $0.000 
$2.777 $2.777 $2.080 

TYPE: OPERATING Legacy 


Complete 


Schedule: [22-Mar-16] 16-Jun-16_ 
Anticipated Completion at NTP: 30-Apr-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 19% 


Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: 31-Dec-17 
# of months late: 
% Construction Change Order: 1% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 28% 


Advertise NTP 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0172C 


Budget Spent 
Initial Projected Difference To Date 
$0.295 $0.150 ($0.145) $0.089 
$2.850 $3.258 $0.408  $2.804 
$0.952 $0.832 (S$0.120) $0.731 
$0.143 $0.000 ($0.143) $0.000 
$4.239 $4.239 $3.623 

TYPE: PAVEMENT Legacy 
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Complete 


Schedule: [28-Sep-16 | 31-Jan-17 [05-Dec-17 
Anticipated Completion at NTP: 31-Dec-17 
# of months late: 
% Construction Change Order: 20% 
Design as Percent of Construction: 5% 
Other as Percent of Construction: 26% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0165X 


Budget Spent 
Initial Projected Difference To Date 
$0.250 $0.127 ($0.123) $0.165 
$4.559 $4.379  (S0.180) $4.077 
$1.446 $1.765 $0.319 $1.748 
$0.228 $0.000 ($0.228) $0.000 
$6.483 $6.271 $5.990 

TYPE: PAVEMENT Legacy 


FFY16 


Advertise NTP 


Complete 


Schedule: [|22-Mar—16 | 21-Jun-16 | 23-Aug-17 
Anticipated Completion at NTP: 31-Oct-17 
# of months late: 
% Construction Change Order: -5% 
Design as Percent of Construction: 3% 
Other as Percent of Construction: 40% 


Complete 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0079G 


Budget Spent 
Initial Projected Difference To Date 
$0.300 50.300 $0.000 $0.233 
$3.871 $3.770  ($0.101) $3.088 
$1.043 $1.049 $0.006 S$0.674 
$0.174 $0.174 $0.000  $0.000 
$5.388 $5.293 $3.994 

TYPE: PAVEMENT Legacy 


Advertise NTP 


Schedule: | EES aia 
Anticipated Completion at NTP: 31-Oct-17 
# of months late: 
% Construction Change Order: -3% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 28% 


Advertise NTP 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0078U 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: OO76N 


Budget Spent 
Initial Projected Difference To Date 
$0.200 $0.200 $0.000 $0.063 
52.600 52.600 $0.000 $1.910 
$1.000 $0.985  ($0.015) $0.613 
$0.150 $0.165 $0.015 $0.000 
$3.950 $3.950 $2.586 

TYPE: PAVEMENT Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.370 $0.370 $0.000 $0.158 
$2.600 $2.625 $0.025  $2.475 
$1.391 $1.248  ($0.143) $0.891 
$0.158 $0.000 ($0.158) $0.000 
$4.518 $4.243 $3.524 

TYPE: PAVEMENT Legacy 


Complete 


Schedule: 
Anticipated Completion at NTP: 30-Sep-17 
# of months late: 
% Construction Change Order: 4% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 38% 


Advertise NTP Complete 
Schedule: [30-Oct-15 | 31-Mar-16 | 30-Nov-16 
Anticipated Completion at NTP: 30-Nov-16 
# of months late: 
% Construction Change Order: 9% 
Design as Percent of Construction: 14% 
Other as Percent of Construction: 48% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0139H 


Budget Spent 
Initial Projected Difference To Date 
$0.072 $0.053 ($0.019) $0.050 
$0.688 $0.674  ($0.014) $0.601 
$0.321 $0.273 ($0.049) $0.270 
$0.062 $0.000 (S0.062) $0.000 
$1.143 $1.000 $0.921 

TYPE: PAVEMENT Legacy 
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Advertise NTP Complete 


Schedule: 18-Nov-16 
Anticipated Completion at NTP: 31-Dec-16 
# of months late: 
% Construction Change Order: -13% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 40% 


FFY16 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [23-Sep-16 | 11-Jan-17 | 15-Nov-17 
Design $0.115 $0.115 S$0.000 $0.083 
Construction $2.417 $2.417. $0.000 $1.760 i : ; ’ 
Other $0.806  $0.854 §0.048 $0.548 a een en aa aun: 310-17 
Contingency $0.151 $0.103 ($0.048) $0.000 Se ean eraction Change Order 0% 
Total $3.488 $3.488 $2.391 Design as Percent of Construction: NA 
pISiD: Oak Me ee Legacy Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [1 
Design S0.300 S0.100 (SO0.200) $0.014 
Construction $6.700 $8.627  $1.927 $4.795 ne . ; ee 
Other 66216 9) $4939) (S277) S3:228 ei const Aaa ae eltallee 
Contingency $0.450 $0.000  (S0.450) $0.000 BA Genetic Gn Gnanee Orden: 11% 
otal $13.666__513.666 $8.046 Design as Percent of Construction: 1% 
ees us ie SE EeeaEy Other as Percent of Construction: 57% 
ie OTHER 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-Mar-16 | 26-Jul-16 [09-Jun-17 
Design S0.100 $0.100 S$0.000 $0.000 
Construction $1.200 $1.200 $0.000 $1.104 a . ; re 
Other $0.896  $0.897. $0,001 $0.785 bt elie see seetitlal 
Contingency $0.054 $0.000 (S0.054) $0.000 a Canetiacion Change eran 0% 
Total $2.250 $2,197 $1.888 Design as Percent of Construction: 8% 
PISID: 0021 TYPE: TAP/OTHER LEeacy Other as Percent of Construction: 75% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.100 S0.100 S$0.000 $0.188 
Construction $6.000 $6.000  $0.000 $5.996 a : ; ee 
Other $0.969 $0.934 ($0,035) $0.015 ee Ree eee nor le cles 
Contingency $0.315 $0.350 $0.035  $0.000 SHICHRREECEHO eaanee Grider 0% 
ictal $7.384 $7.384 $6.199 Design as Percent of Construction: 2% 
PDs Ores TYPE: TAP/OTHER Seay Other as Percent of Construction: 16% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-May-16 | 30-Aug-16 | 11-Jul-17 
Design $0.161 $0.137 ($0.024) $0.101 
Construction $1.700  $1.726  $0.026 $1.298 - tetas 
Other $0.543  §0.558  $0.016 $0.352 i oar a aeER 31-May-17 
Contingency $0.077 $0.059 (S0.018) $0.000 of Canskracion change Gide AY, 
Total $2.480 $2.480 $1.751 Design as Percent of Construction: 8% 
EISID: Geer TYRES TAREE Legacy Other as Percent of Construction: 32% 
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Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0091K 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0102J 


Budget Spent 
Initial Projected Difference To Date 
50.070 $0.070 $0.000 $0.063 
$2.300 $2.300 $0.000 $1.997 
$1.331 $1.317 (S0.014) $0.811 
$0.134 $0.148  $0.014  $0.000 
$3.835 $3.835 $2.870 

TYPE: TRAFFIC Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.100 $0.080 ($0.020) $0.068 
$1.029 $1.029 $0.000 $0.861 
$0.566 $0.677 $0.111 $0.620 
$0.039 $0.000 ($0.039) $0.000 
$1.734 $1.786 $1.549 
TYPE: TRAFFIC Legacy 


FFY16 


Advertise NTP 


Complete 


Schedule: 18-May-16 | 31-May-17 
Anticipated Completion at NTP: 31-May-17 
# of months late: 
% Construction Change Order: 5% 
Design as Percent of Construction: 3% 
Other as Percent of Construction: 57% 


Advertise NTP 


Complete 


Schedule: [22-Jan-16 _ 
Anticipated Completion at NTP: 31-May-17 
# of months late: 
% Construction Change Order: 8% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 66% 


Advertise NTP 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0153R 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0071V 


Budget Spent 
Initial Projected Difference To Date 
$0.000 $0.000 $0.000 $0.068 
$1.761 $1.776 $0.015 $1.543 
$0.739 $0.859 $0.120 $0.784 
$0.135 $0.000 ($0.135) $0.000 
$2.635 $2.635 $2.395 
TYPE: TRAFFIC Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.025 $0.026 $0.001 $0.013 
$2.136 $2.131  ($0.005) $1.877 
$0.771 $0.997 $0.226 $1.035 
$0.113 $0.000 ($0.113) $0.000 
$3.045 $3.154 $2.926 
TYPE: TRAFFIC Legacy 


Complete 


Schedule: [|31-Dec-15 | 30-Mar-16 | 
Anticipated Completion at NTP: 31-May-17 
# of months late: 
% Construction Change Order: 6% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 48% 


Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: 31-Jul-17 
# of months late: 
% Construction Change Order: 1% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 47% 


Advertise NTP 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0080D 


Budget Spent 
Initial Projected Difference To Date 
$0.230 $0.195  ($0.035) $0.163 
$1.235 $1.360 $0.125 $1.085 
$0.822 $0.794  ($0.028) $0.593 
$0.062 $0.000 (S0.062) $0.000 
$2.349 $2.349 $1.842 

TYPE: TRAFFIC Legacy 
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Complete 


Schedule: 6) 20-Dec—1 6/3 1-dee— 1) | 
Anticipated Completion at NTP: 31-Oct-17 
# of months late: 
% Construction Change Order: 7% 
Design as Percent of Construction: 14% 
Other as Percent of Construction: 58% 


FFY16 


Budget Spent BavEIESe NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Sep-16 | 02-May-17 
Design $0.329 $0.180 ($0.149) $0.141 
Construction $2.512 $2.436  ($0.076) $0.915 i : ; peewee 
Other $1393 $1576 $0.183 $0.511 eee a eet: 31-Dec18 
Contingency $0.251 $0.116  (S$0.135) $0.000 Sr Garena Change Order 3% 
Total $4.485 $4,308 $1.567 Design as Percent of Construction: 7% 
Pl Ghent Maceleae Eeeaty Other as Percent of Construction: 65% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [|.31-Dec-15 | 31-Jul-16 | 31-Oct-17 | 
Design S0.000 S0.000 50.000 S0.000 
Construction $3.980 $3.980  $0.000 $3.851 we : ; ee 
Other $0.838  $0.833 ($0.005) $0.764 peace? aoe 31-Oct-17 
Contingency S0.000 $0.005 $0.005 5$0.000 BACaAEERUCHGn enanee Order: 8% 
otal $4.818 34.818 34.615 Design as Percent of Construction: 
SSE: Una Ueesetelsa © Eeeeey Other as Percent of Construction: 21% 
Budget Spent BOUeTSe NTP ule 
Initial | Projected Difference To Date Schedule: [02= (St [STS iG) ES ees 
Design $0.125 $0.125 S0.000 S0.067 
Construction $0.978 S0.978 S0.000 S0.000 a : . 
Other $0.951  $0.946 (0.005) $0.107 eae terete Bene 31-May-17 
Contingency $0.050 $0.055 $0.005  $0.000 gC oneticOn change arden 0% 
Total $2.104 $2.104 $0.174 Design as Percent of Construction: 13% 
ae TRE: TRABEIE Penaty Other as Percent of Construction: 97% 
Budget Spent BONeTEISe) NTP compicte 
Initial | Projected Difference To Date Schedule: [0 y—16 | 30-Aug-16 | 06-Jun-17 | 
Design $0.250 $0.195 (S0.055) $0.115 
Construction $0.528 $0.502 ($0.026) $0.420 ae d : : 
Other $0.300  $0.417  $0.117  $0.406 Sivonen a cue cas! 
Contingency $0.036 $0.000  (S0.036) $0.000 Sec neaae hance orien 0% 
uo) $1,113 $1.113 $0.940 Design as Percent of Construction: 39% 
ei VEE SIRALG ECRIEY Other as Percent of Construction: 83% 
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FFY 2017 PROJECTS 
Insert A 


FFY17 
BRIDGE 


FFY17 


Budget 


Spent 


NTP Complete 


Initial Projected Difference To Date Schedule: 

Design NA $0.343 NA $0.236 
Conen denen MA 95.000 de $0.000 Anticipated Completion at NTP: NA 
Other NA $1.056 NA $0.018 ; 
Contingenc NA $0.500 NA $0,000 OF MONS Nate: we 
nee gency NA $6,899 NA $0.254 % Construction Change Order: 0% 

- - Design as Percent of Construction: 7% 
PIS OE 70G TEE: BRIDGE EGBA Other as Percent of Construction: 21% 


Budget Spent 
Initial Projected Difference To Date Schedule: 
Design NA $1.155 NA $1.054 
Construction NA $14.500 NA $0.000 Anticinatedicomelcuioniaeniiz: NA 
Other NA 53.483 NA S0.078 # of fhelate: 
Contingency NA $2175 NA $0,000 Se nine late ve 
Total NA $21.313 NA $1.132 % Construction Change Order: 0% 
- - : Design as Percent of Construction: 8% 
PIES MEISE PE SERGE PORE. Other as Percent of Construction: 24% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: (| Se 
Design $0.534 $0.534 $0.000 $0.393 
Construction $15.915 $15.915  $0.000 $0.000 5 : ; 
Other $2.731  $2.731  §0.000 $0,038 ee Bente: 31-May-20 
Contingency $0.875 $0.875 $0.000 S$0.000 Be CancerucHan Change endee 0% 
dota! $20.055_520.055 30.431 Design as Percent of Construction: 3% 
FS: Oh? NPE: BRIDGE legacy Other as Percent of Construction: 17% 


Budget 


Spent 


Advertise NTP 


Initial | Projected Difference To Date Schedule: [2/-dul-17 
Design S0.637 S0.637 S0.000 $0.582 
Construction $2.056 $2.056 $0.000 5$0.000 ae , : 
Other $1300  $1.300  $§0.000 0.078 sates el aoe. ade 
Contingency $0.163 $0.163 $0.000 S$0.000 ve een ne Chance orien 0% 
mata $4,156 $4,156 $0.660 Design as Percent of Construction: 31% 
pli reed EES SHIDGE penaey Other as Percent of Construction: 63% 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29 we 

Design NA $0.700 NA $0.422 
Construction NA $16.250 NA $0.000 Aviticipated Coupietionat NTP NA 
Other NA $2.865 NA $0.041 : 
Contingen NA $1.066 NA $0,000 SU TROnENS LAR NA 
th gency NA $20.881 NA $0.463 % Construction Change Order: 0% 
= . : : Design as Percent of Construction: NA 
pee THEE, BRIDGE Lepaly Other as Percent of Construction: 18% 
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FFY17 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: | il 
Design NA $2.532 NA $2.092 
Construction NA $12.373 NA S0.000 ARE tibet ea COnipIELIGUTa UNITE: NA 
Other NA $3.936 NA S0.063 or Relate: 
Contingency NA $1.856 NA $0.000 CU eee AS NA 
Total NA $20.697 NA $2.155 % Construction Change Order: 0% 
kd . - : Design as Percent of Construction: 20% 
EU EERE OSE pobsey Other as Percent of Construction: 32% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [2 abs 
Design NA $1.749 NA $1.104 
Construeion Ne 938.500 a) 30.000 Anticipated Completion at NTP: NA 
Other NA $2.870 NA $0.032 of Be date: 
Contingency NA $3,347. NA $0.000 OE Monts tate: NA 
Total NA $46.465 NA $1.136 % Construction Change Order: 0% 
bed : - Design as Percent of Construction: 5% 
pep aia TPES EBIDGE bepacy Other as Percent of Construction: 7% 
Budget Spent 
Initial Projected Difference To Date Schedule: 
Design NA $0.796 NA $0.457 
Construction NA 520.000 NA S0.000 Anticipate dicompletion ae niles NA 
Other NA $2.985 NA $0.029 not helare! 
Contingency NA $1.500 NA $0.000 Beer ane NA 
Total NA $25.281 NA $0.486 % Construction Change Order: 0% 
- - : Design as Percent of Construction: 4% 
PIRES yl EE TERIDGE poeday Other as Percent of Construction: 15% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Sep-17 
Design NA $0.872 NA S0.670 
pomseuenen NP 915.000 ne 50.000 Anticipated Completion at NTP: NA 
Other NA $1.881 NA S0.054 hot hedate: 
Contingency NA $1.100 NA $0.000 CUO NE Sete: NA 
Total NA $18.853 NA $0.724 % Construction Change Order: 0% 
on : Design as Percent of Construction: 6% 
PTSID: 0114R TYPE: BRIDGE Legacy Other as Percent of Construction: 13% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [2 i 
Design NA $1.534 NA $1.038 
Construction NA $24.500 NA S0.000 Anicinatedicameleionter nie: NA 
Other NA $2.170 NA S0.058 rie Hellata: 
Contingency NA $1.650 NA $0.000 OETA NA 
Total NA $29.854 NA $1.097 % Construction Change Order: 0% 
- - : Design as Percent of Construction: 6% 
ees UBS UIE: Reeacy Other as Percent of Construction: 9% 
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FFY17 


Budget Spent NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.335 NA $0.295 
Construction _NA $5.000 NA $0.000 Anticipated Complétion-at NIP: NA 
Other _NA $1.775 NA $0.041 tat months lake: NA 
a oe . see % Construction Change Order: 0% 
i . = : Design as Percent of Construction: 7% 
PTSID: 0114N TRE: BRIDGE Legacy Other as Percent of Construction: 35% 
Budget Spent Advertise 
Initial Projected Difference To Date Schedule: [20-Sep-17 | 12-1 
Design S0.600 S0.600 S0.000 S0.354 
Construction $6.800 $6.800  $0.000 $0.000 oe : : cTnee 
Other $1512  $1.512  §0.000 $0.052 iene atc a ale 30-lun-12 
Contingency $0.350 $0.350 $0.000 S$0.000 oCaRetrUCGn Ghanee Graee 0% 
Hotel $9.261 $9.261 30.407 Design as Percent of Construction: 9% 
PIS one MNEs SN IDGIE Ec eaLy Other as Percent of Construction: 22% 
Budget Spent e NTP Complete 
Initial | Projected Difference To Date Schedule: [31-May-17 | 21-Dec-17 
Design S0.000 S0.000 S0.000 $2.316 
Construction $250.630 $250.630 S0.000 S0.000 ae : . 
Other $121.776 $121.776  $0.000 $0.071 shy ascii ia BENE: Rite ee 
Contingency $37.595 537.595 S0.000 S0.000 os Construction Change Order 0% 
Total $410.000_$410.000 $2.387 Design as Percent of Construction: 
EISIDS 0275 TPE BRIDGE Legacy Other as Percent of Construction: 49% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [2 Sai 
Design NA $1.537 NA $0.831 
Cone ecton Mas 96.819 Me 50.000 Anticipated Completion at NTP: NA 
Other _NA 52.835 NA S0.065 Hof Helate: 
Contingency NA 60.660 NA $0.000 UU ae es NA 
Total NA $11.851 NA $0.895 % Construction Change Order: 0% 
ard = - Design as Percent of Construction: 23% 
aE eee MS ERIE ECEIEy Other as Percent of Construction: 42% 
Budget Spent 
Initial Projected Difference To Date Schedule: 
Design NA $0.379 NA $0.343 
Construction NA $1.511 NA S0.000 Anticipated Complstionat Nie: NA 
Other _NA S0.824 NA S0.097 # of ths lates 
Contingency NA $0.075 NA $0.000 Or Monte ae NA 
Total NA $2.789 NA $0.440 % Construction Change Order: 0% 
S - - - Design as Percent of Construction: NA 
pol oo TEE BRIDGE Legacy Other as Percent of Construction: 55% 
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FFY17 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [31-Aug-17 | 11-Oct-17 
Design $0.150 $0.150 S0.000 $0.102 
Construction S12 32012220 $0.000  $0.000 ae é ’ 
Other 5.220  $5.220  $§0.000 $0.086 poe aoe eee: 30-sep-21 
Contingency $1.358 $1.358 $0.000 S$0.000 CACOnT RUSTON Ghange Oidec 0% 
ioral $19,048 __$19.048 $0.188 Design as Percent of Construction: NA 
FI EE E08 IEE BNIB StS) Other as Percent of Construction: A2% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30 Sie 
Design NA $0.425 NA $0.329 
Construction NA $12.137 NA $0.000 Anticipated Completion at NTP: NA 
Other NA $3.032 NA $0.001 Hoot nelate: 
Contingency NA $1.214 NA S0.000 pee lesan NA 
Total NA $16.808 NA $0.330 % Construction Change Order: 0% 
A : : Design as Percent of Construction: 4% 
Pipes eiiak DFE: BRIDGE PEBHEY Other as Percent of Construction: 25% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [28=Feb=17 ] 31-May-17 
Design 50.000 S0.000 S0.000 S0.000 
Construction $2.011 $2.011 S$0.000 $0.175 _ : . wee 
Other $0.839  §0.913 §0.074 _~—-$0.137 Pb aaa aa au NEF: 30-Apr-12 
Contingency $0.252 $0.177 ($0.074) $0.000 akc onstruction change Guden 0% 
ol $3.101 33.101 $0,312 Design as Percent of Construction: 
PTSID: 0073M TYPE OPERATING PRBaty Other as Percent of Construction: 45% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-May-17 | 17-Jul-17 
Design $0.422 $0.422 $0.000 S$0.261 
Construction $5.198 $5.369 $0.171 $0.703 a ; : 
Other $1.076  $1.076  §0.000 $0.168 eager ae aa oe 31-Dec-18 
Contingency $0.635 $0.464  (S$0.171) $0.000 ae te ee hence orden 3% 
ietal $7.331 $7.331 $1.132 Design as Percent of Construction: 8% 
FI Be SENAY (OE OP 2B NINE) paegey Other as Percent of Construction: 20% 
PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Sep-17 
Design NA $0.133 NA $0.048 
Consiuction ie 51.100 N* $0.000 Anticipated Completion at NTP: NA 
Other _NA $0.832 NA S0.039 Sk months ate: NA 
ee HA ae - eae % Construction Change Order: 0% 
= : : Design as Percent of Construction: 12% 
PI OL7eu EE? bev MENT Penaly Other as Percent of Construction: 76% 
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FFY17 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0084C 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0084B 


Budget 


Spent 


Initial 


$0.000 $0.000 
$0.500 $0.500 
$0.327 Sa 327. 
$0.066 $0.066 
$0.893 $0.893 

TYPE: PAVEMENT 


Budget 


Projected Difference To Date 


$0.000 
$0.461 
$0.132 
$0.000 
$0.593 


Legacy 


Spent 


Initial 


$0.000 $0.000 
$0.544 $0.544 
$0.322 $0.322 
$0.066 $0.066 
$0.932 $0.932 

TYPE: PAVEMENT 


Projected Difference 


To Date 
S0.000 
$0.478 
$0.138 
S0.000 
50.616 


Legacy 


Advertise NTP Complete 


Schedule: /30-Apr-17 | FSS) 28-Sep-17 


Anticipated Completion at NTP: 31-Oct-17 
# of months late: 

% Construction Change Order: 0% 
Design as Percent of Construction: 

Other as Percent of Construction: 65% 


Advertise NTP Complete 


Schedule: [30-Apr-17 | 31-Jul-17. 


Anticipated Completion at NTP: 31-Oct-17 
# of months late: 

% Construction Change Order: 0% 
Design as Percent of Construction: 

Other as Percent of Construction: 59% 


Advertise NTP Complete 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0084A 


Budget 


Spent 


Initial 


$0.000 $0.000 
$0.578 $0.600 
$0.322 $0.300 
50.066 $0.066 
$0.966 $0.966 

TYPE: PAVEMENT 


Projected Difference To Date 


$0.000 
$0.537 
$0.165 
$0.000 
$0.703 


Legacy 


Schedule: |. 28-Apr-17 | 31-Jul-17 | 02-Oct-17 


Anticipated Completion at NTP: 31-Oct-17 
# of months late: 

% Construction Change Order: 4% 
Design as Percent of Construction: 

Other as Percent of Construction: 50% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: OO86Y 


Budget 


Spent 


Initial 


$0.000 $0.000 
$1.182 $1.182 
$0.449 $0.449 
$0.113 $0.113 
$1.744 $1.744 

TYPE: PAVEMENT 


Projected Difference To Date 


$0.000 
$0.767 
$0.094 
$0.000 
$0.861 


Legacy 


Advertise NTP Complete 


Schedule: | 28-Apr-17 | 30-Jun-17 | 08-Dec-17 | 


Anticipated Completion at NTP: 30-Nov-17 
# of months late: 

% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 38% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0086X 


Budget 


Spent 


Initial 


$0.000 $0.000 
$1.863 $1.928 
$0.429 $0.364 
$0.133 $0.133 
$2.425 $2.425 


TYPE: PAVEMENT 


Projected Difference To Date 


$0.000 
$1.576 
$0.109 
$0.000 
$1.684 


Legacy 
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Advertise NTP Complete 
Schedule: | ee 8 
Anticipated Completion at NTP: 30-Jun-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 
Other as Percent of Construction: 19% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0007C 


Budget 


Spent 


Initial 


$0.500 $0.500 
$6.200 56.200 
$2.437 $2.437 
$0.314 $0.314 
$9.451 $9.451 

TYPE: PAVEMENT 


Projected Difference To Date 
$0.000 
$0.000 
$0.000 
$0.000 


$0.102 
$1.599 
$0.517 
$0.000 
$2.218 


Legacy 


Schedule: 


FFY17 


Advertise NTP 


Complete 


Anticipated Completion at NTP: 30-Nov-18 


# of months late: 


% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 39% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0088A 


Budget Spent 
Initial Projected Difference To Date 
$0.600 $0.600 $0.000 $0.354 
$6.786 $6.786 $0.000  $0.000 
$1.093 $1.093 $0.000 $0.025 
$0.339 $0.339 $0.000  $0.000 
$8.817 $8.817 $0.380 

TYPE: PAVEMENT Legacy 


Schedule: 


Advertise NTP Complete 


Anticipated Completion at NTP: 30-Nov-18 
# of months late: 

% Construction Change Order: 
Design as Percent of Construction: 


Other as Percent of Construction: 16% 


oOo 
xX 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0082C 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0081D 


Budget 


Spent 


Initial 


$0.400 $0.400 
$3.000 $3.000 
$1.317 $1.317 
$0.300 $0.300 
$5.017 $5.017 

TYPE: PAVEMENT 


Projected Difference To Date 
$0.000 
$0.000 
$0.000 
$0.000 


$0.206 
$0.170 
$0.099 
50.000 
$0.475 


Legacy 


Budget Spent 

Initial Projected Difference To Date 
NA $0.398 NA $0.322 
NA $5.278 NA $0.000 
_NA $1.184 NA S0.076 
NA $0.264 NA $0.000 
_NA $7.123 NA $0.398 

TYPE: PAVEMENT Legacy 


Schedule: | 31-Jul— 


Advertise NTP Complete 


Anticipated Completion at NTP: 30-Nov-18 
# of months late: 

% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 44% 


Advertise NTP Complete 
Schedule: [22=Sep=17 
Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 22% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0081K 


Budget Spent 

Initial Projected Difference To Date 
NA $0.700 NA $0.572 
NA $3.135 NA $0.000 
_NA $0.941 NA $0.163 
_NA $0.159 NA $0.000 
NA $4.935 NA $0.735 

TYPE: PAVEMENT Legacy 
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Advertise NTP Complete 
Schedule: [26-Sep-17 
Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 22% 
Other as Percent of Construction: 30% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0081W 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0081R 


Budget Spent 
Initial Projected Difference To Date 
$0.767 $0.767. $0.000 $0.347 
$4.693 $4.751  $0.058 5$3.410 
$2.221 $2.197 (S0.023) $0.634 
$0.235 $0.200 (S$0.035) $0.000 
$7.915 $7.915 $4.391 

TYPE: PAVEMENT Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.390 $0.390 $0.000 $0.347 
$4.637 $4.637. $0.000 $0.000 
$2.735 $2.735 $0.000 $0.103 
50.300 $0.300 $0.000  $0.000 
$8.062 $8.062 $0.450 

TYPE: PAVEMENT Legacy 


FFY17 


Advertise NTP 


Complete 


Schedule: | 22-Feb-17 | 31-May-17 | 17-Nov-17 
Anticipated Completion at NTP: 31-May-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 46% 


Advertise NTP 


Complete 


Schedule: [23-Jun-17 | 03-Oct-17 
Anticipated Completion at NTP: 30-Nov-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 59% 


Advertise NTP 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0166H 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0173S 


Budget Spent 
Initial Projected Difference To Date 
$0.130 S0.130 S0.000 50.093 
$3.960 $4.074 $0.114 $3.310 
$1.242 $1.182 (S$0.060) $0.693 
$0.198 $0.144 (S0.054) $0.000 
$5.530 $5.530 $4.097 

TYPE: PAVEMENT Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.110 $0.110  $0.000 $0.065 
50.880 $0.880  $0.000 $0.189 
$0.525 $0.525  $0.000 $0.087 
$0.044 $0.044  $0.000 $0.000 
$1.559 $1.559 $0.340 

TYPE: PAVEMENT Legacy 


Complete 


Schedule: |14-Oct=16 12-Jan-17 | 
Anticipated Completion at NTP: 31-Aug-17 
# of months late: 
% Construction Change Order: 3% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 29% 


Advertise NTP Complete 
Schedule: | 
Anticipated Completion at NTP: 31-Dec-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 60% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0073) 


Budget Spent 
Initial Projected Difference To Date 
$0.046 $0.046 $0.000 S$0.000 
$1.929 $1.929 $0.000 $0.622 
50.406 S0.406 $0.000 S$0.118 
S0.140 $0.140 $0.000 S$0.000 
$2.521 $2.521 $0.740 

TYPE: PAVEMENT Legacy 
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Schedule: 


Advertise NTP 


| 28-Feb-17 | 31-May-11" 


Complete 


Anticipated Completion at NTP: 31-May-19 
# of months late: 

% Construction Change Order: 0% 
Design as Percent of Construction: 2% 
Other as Percent of Construction: 21% 


FFY17 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [08-Sep-17 | 14—Dec-17 
Design S0.600 50.600 S0.000 S0.445 
Construction $5.900 55.900 S0.000 S0.000 _ ; : . 
Other $2.238  §2.238 §0.000 $0.228 eran a een: 31-May-12 
Contingency $0.295 $0.295 $0.000 S$0.000 or caneeniciGa Change Order 0% 
Total $9.033 $9.033 $0.673 Design as Percent of Construction: 10% 
PipD: OL732 a ee Legacy Other as Percent of Construction: 38% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.300 S0.300 S0.000 $0.118 
Construction $3.334 $3.334 $0.000 $0.622 we , ; oe 
Other 1.299  $§1.299 §0.000 $0.134 pace? aoe 30-Nov-18 
Contingency $0.202 $0.202 S$0.000 5$0.000 BA CaAerUctan enanee Orden: 0% 
Ue) 35.134 35.134 30.874 Design as Percent of Construction: NA 
me Eey Ea vEMEN Eeecey Other as Percent of Construction: 39% 
STORMWATER 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [24-Mar-17] 07-Jun-17 | 29-Sep-17 
Design S0.100 $0.100 S0.000 $0.098 
Construction $0.224 $0.224 $0.000 $0.182 i : ; eer 
Other $0.374  $0.374 §0.000 $0.116 eee Set: 30-Nov-17 
Contingency $0.016 $0.016 $0.000 $0.000 eee onccructon change Grice 2% 
Total $0.715 $0.715 $0.396 Design as Percent of Construction: 45% 
ple iGEM FES STOR MINTER Leeacy Other as Percent of Construction: 167% 
rent OTHER 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [07-Jun-17] 07-Sep-17] Oct-19 | 
Design $0.150 $0.150 S0.000 S0.000 
Construction 52.800 52.800 S0.000 $0.709 ae : : 
Other $1.701  $1.701  §0.000 $0.307 aera al eee 31-0ct-19 
Contingency $0.140 $0.140 $0.000 S$0.000 oe Conetucion Chane Grader: 0% 
Total $4.791 $4.791 $1.017 Design as Percent of Construction: 5% 
Bp obey TYPE: TAP/OTHER Legacy Other as Percent of Construction: 61% 
Budget Spent dvertise NTP Complete 
Initial | Projected Difference To Date Schedule: S=Dee= loll pec= 7) 
Design S0.000 S0.000 S0.000 $3.016 
Construction $41.826 $41.826  $0.000 $0.000 ae , ; eee 
Other Sissi) Sine Soars Cone! Bc bale enlenar ae 30-Jun-13 
Contingency $4.183 $4.183 $0.000 S$0.000 BEORe recon enanee Order: 0% 
ibakal 361.580 _$61.580 33.190 Design as Percent of Construction: 
SSS ee. Wiles TAR OUR Peneey. Other as Percent of Construction: 37% 
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TRAFFIC 


FFY17 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0025E 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0025F 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0153T 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0025) 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0061K 


Budget 


Budget Spent 
Initial Projected Difference To Date 
$0.040 $0.040 $0.000  $0.000 
$0.250 $0.250 $0.000  $0.000 
$0.200 $0.200 $0.000 $0.022 
$0.030 $0.030 $0.000  $0.000 
$0.520 $0.520 $0.022 
TYPE: TRAFFIC Legacy 


Spent 


Initial 


$0.117 $0.117 
$0.530 $0.530 
$0.236 $0.236 
$0.050 $0.050 
$0.933 $0.933 
TYPE: TRAFFIC 


Projected Difference To Date 
$0.000 
$0.000 
$0.000 
$0.000 


$0.035 
$0.000 
$0.022 
$0.000 
$0.057 


Legacy 


Budget 


Budget Spent 

Initial Projected Difference To Date 
_NA $0.260 NA $0.196 
NA $1.531 NA $0.000 
_NA $1.279 NA $0.334 
NA $0.100 NA $0.000 
NA 53.170 NA $0.530 

TYPE: TRAFFIC Legacy 


Spent 


Initial 


$0.040 $0.040 
$0.579 $0.579 
$0.653 $0.653 
$0.037 $0.037 
$1.308 $1.308 
TYPE: TRAFFIC 


Budget 


Projected Difference To Date 
$0.000 
$0.000 
$0.000 
$0.000 


$0.027 
$0.468 
$0.059 
$0.000 
$0.554 


Legacy 


Spent 


Initial 


$0.330 $0.330 
$1.468 $1.468 
$2.016 $2.016 
$0.075 $0.075 
$3.889 $3.889 
TYPE: TRAFFIC 


Projected Difference To Date 
$0.000 
$0.000 
$0.000 
$0.000 


$0.115 
$0.785 
$0.344 
$0.000 
$1.244 


Legacy 


A- 30 


Schedule: [Ei=awayanns 


Advertise NTP Complete 


‘Sep-17) 


Anticipated Completion at NTP: 30-Sep-18 
# of months late: 

% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 80% 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 30-Nov-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 44% 


Advertise NTP 


Schedule: 
Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 84% 


Complete 


Schedule: 7 | 18=Se=17 | 
Anticipated Completion at NTP: 31-Jan-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 113% 


dvertise NTP Complete 


Schedule: /04-Jan-17 | 28-Mar-17 


Anticipated Completion at NTP: 31-May-18 
# of months late: 

% Construction Change Order: 0% 
Design as Percent of Construction: 22% 
Other as Percent of Construction: 137% 


FFY17 


Budget Spent Advertise NTP Complete 


Initial © Projected Difference To Date Schedule: [30-Sep-17 
Design NA $0.236 NA $0.055 
Construction _NA $1.100 NA 50.000 Ane cine teaiconapleuiecieanine: NA 
Other _NA $0.373 NA $0.025 HOF fhe late: 
Contingency NA $0.206 NA $0,000 See ele NA 
Total NA $1.915 NA $0.080 % Construction Change Order: 0% 
oa : : - Design as Percent of Construction: 21% 
ae RE TRAGEe Eeeaey Other as Percent of Construction: 34% 
Budget Spent Advertise 
Initial | Projected Difference To Date Schedule: [29-Aug-17 | 21-Nov-17 
Design S0.065 S0.065 50.000 S0.000 
Construction $0.549 $0.549 S0.000 S0.000 os : . 5 _ 
Other $0.430  $0.430 $0,000 $0.008 ee iar aa aes 30-Nov-18 
Contingency $0.055 $0.055 $0.000 S$0.000 Be CancEMCOR Change Sider 0% 
Total $1.098 $1.098 30.008 Design as Percent of Construction: 12% 
Seal igee ade picaad Other as Percent of Construction: 78% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [.22-Feb-17 | 24-May-17 
Design $0.220 S0.220 S0.000 $0.186 
Construction $1.403 $1.436 $0.033 $0.199 Ped ; : 
Other $0.520 $0.520  §0.000 $0.227 sia eel ae: ale 
Contingency $0.140 $0.107 ($0.033) $0.000 BACOne uation Gronee onan 3% 
otal $2,282 $2.282 $0.612 Design as Percent of Construction: NA 
melo) RAUL ealS Booey Other as Percent of Construction: 36% 
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FFY 2018 PROJECTS 
Insert A 


FFY18 


FFY18 
BRIDGE 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $1.400 NA $0.000 
BOnstracion NA 36.000 ae $0.000 Anticipated Completion at NTP: NA 
Other NA $2.103 NA $0.000 # of hs late: 
Contingency NA $0.650 NA $0,000 OL Meneis ate: NA 
Total NA $10.153 NA $0.000 % Construction Change Order: 0% 
- - Design as Percent of Construction: 23% 
ESD OU NEES ERIDGE EeBALy. Other as Percent of Construction: 35% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $1.500 NA $0.013 
Construction NA $20.000 NA $0.000 Ant einatedicameleuoniae nie: NA 
Other _NA $3.257 NA $0.003 ff cholera: 
Contingency NA §2.000 NA $0,000 Oe ate NA 
Total NA $26.757 NA $0.016 % Construction Change Order: 0% 
- : = Design as Percent of Construction: 8% 
PIE EE Es WHERES SING: Peeaey Other as Percent of Construction: 16% 
Budget Spent 
Initial Projected Difference To Date Schedule: 
Design NA $0.310 NA $0.196 
Construction NA $2.772 NA $0.000 Anticipated Completion at NIP: NA 
Other _NA $1.734 NA S0.057 # of fhelaess 
Contingency NA $0.274 NA $0,000 ETO Sane NA 
Total NA $5,090 NA $0.253 % Construction Change Order: 0% 
a . . Design as Percent of Construction: NA 
BTS Oites TVRE BRIDGE beeaey Other as Percent of Construction: 63% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.400 NA $0.181 
Construction NA $4.200 NA $0.000 Anticipated Completion at NTP: NA 
Other NA 51.800 NA $0.001 oak el eta: 
Contingency NA $0.378 NA $0,000 SO eae NA 
Total aan $6.778 NA $0.182 % Construction Change Order: 0% 
. - - Design as Percent of Construction: 10% 
omens UN SEe ANITEL? cee Other as Percent of Construction: A3% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Dec-17 
Design NA $0.370 NA $0.144 
Construction NA $4.400 NA $0.000 Anticigated Completion at NTP: NA 
Other _NA 51.186 NA $0.010 ree che lakes 
Contingency NA $0.444 NA $0,000 OL MOMI NS ies NA 
Total NA $6.400 NA $0.154 % Construction Change Order: 0% 
= . : Design as Percent of Construction: 8% 
erate ISP ES BRIDGE EeeACy, Other as Percent of Construction: 27% 
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FFY18 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $1.480 NA $0.000 
Construction NA $6.500 NA $0.000 ARC tibnie a COnipletigniauNine: NA 
Other NA $2.083 NA S0.000 or Relate: 
Contingency NA $0.675. NA $0,000 OEM O ye aks: NA 
: : % Construction Change Order: 0% 
Total NA $10.738 NA $0.000 , ; 
. Design as Percent of Construction: 23% 
ESD ere SEES ERIDSE ecko Other as Percent of Construction: 32% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.699 NA $0.429 
Construction NA $9.503 NA $0.000 os : ; 
Other NA $2340 NA $§0.042 Cpa Narain aunt: A 
ra HA eons aA eb % Construction Change Order: 0% 
- - Design as Percent of Construction: 7% 
PTSID: 0114) TYPE BRIDGE PeBacy Other as Percent of Construction: 25% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: 
Design NA $0.250 NA $0.000 
Construction NA $2.200 NA $0.000 Anticipate dicompletion ae niles NA 
Other _NA 50.804 NA S0.000 # of eleate: 
Contingency NA 0.220 NA $0,000 ST ees NA 
: ; % Construction Change Order: 0% 
Total NA 53.474 NA $0.000 : ‘ 
: Design as Percent of Construction: 11% 
perdi EE ENRGE Eoeay Other as Percent of Construction: 37% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.500 NA $0.002 
Construction NA $2.600 NA $0.000 bt : ; 
Other NA $1.059 NA $0.001 es ae A 
Contingency NA $0.120 diy 30.000 % Construction Change Order: 0% 
Total NA $4.279 NA $0.003 ; 3 
Design as Percent of Construction: 19% 
paps es TYRES ERIDSE Pesaey Other as Percent of Construction: 41% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [2 peste 
Design NA $0.472 NA $0.184 
Construction NA $14.900 NA $0.000 Anticinatedicameletiontar nie: NA 
Other NA $2.335 NA $0.002 re Welate: 
Contingency NA $1565 NA $0,000 OLR apie NA 
: f % Construction Change Order: 0% 
Total NA $19.271 NA $0.186 ; ; 
. Design as Percent of Construction: 3% 
eager. URE ERIRGE Eee Other as Percent of Construction: 16% 
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FFY18 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.500 NA $0.000 
Construction NA 53.500 NA S0.000 Anticipated Completion’ aUNTP: NA 
Other _NA $1.507 NA S$0.000 : 
Contingency NA 60.525 NA $0.000 # OR en ED iat: NA 
Total NA $6.032 NA $0.000 % Construction Change Order: 0% 
oud = . : Design as Percent of Construction: 14% 
pool De OUt2e IEEE RIDGE beeecy Other as Percent of Construction: 43% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.800 NA $0.317 
Construction NA $8.000 NA $0.000 ay : ; 
Other NA $1.783 NA $0.004 oe eta acy Be ne 
Sy aaele ; Hs Ce +A Rae % Construction Change Order: 0% 
- : Design as Percent of Construction: 10% 
pill 01676 TES BRIDGE BEeacy Other as Percent of Construction: 22% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.844 NA $0.281 
Construction NA 52.600 NA S0.000 Anticipated Completion at NTP: NA 
Other _NA $2.586 NA $0.154 : 
Contingency NA 60.216 NA §0.000 a OL OntNS iate? NA 
Total NA $6.246 NA $0.434 % Construction Change Order: 0% 
- : . Design as Percent of Construction: 32% 
PAS IDE OTESG INES: BRIDGE Legacy Other as Percent of Construction: 99% 
Budget Spent Advertis NTP Complete 
Initial © Projected Difference To Date Schedule: [24—Oct-1 
Design NA $0.500 NA $0.239 
Construction NA $1.500 NA $0.000 Ae : ; 
Other NA $0994 NA  $0.114 ea asta gue an 
Sea : ca oe ne ee % Construction Change Order: 0% 
- . Design as Percent of Construction: 33% 
PTSID: 0201A TYPE: BRIDGE peeacy Other as Percent of Construction: 66% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.882 NA $0.290 
Construction NA $10.000 NA S0.000 sie : . 
Other NA $2.715 NA 50.004 Anticipated Eompletian at NTP: NA 
Contingency NA $0.919 NA $0,000 MOUTON DS late: NA 
Total NA $14.516 NA $0.293 % Construction Change Order: 0% 
- = : Design as Percent of Construction: 9% 
PTSID: 00142 TRE? ERIDGE Legacy Other as Percent of Construction: 27% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.975 NA $0.163 
Construction NA $9.000 NA $0.000 ARE tibnie a COnipletigniauhine: NA 
Other NA 51.684 NA S0.000 OF fhe late: 
Contingency NA $1350 NA $0.000 SOON gts NA 
Total NA $13.009 NA $0.163 % Construction Change Order: 0% 
ora = : : Design as Percent of Construction: 11% 
pe aeees SEEN BRIDGE seay Other as Percent of Construction: 19% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA 53.000 NA $0.117 
Construction NA $29.600 NA $0.000 Anticipated Completion at NTP: NA 
Other NA 53.009 NA $0.011 of Bie laeee 
Contingency NA $2,960 NA $0,000 OL ONE ieee: NA 
Total NA $38.569 NA $0.128 % Construction Change Order: 0% 
os - - Design as Percent of Construction: 10% 
PTSID: 0013C TYPES RIDGE Peeacy Other as Percent of Construction: 10% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.825 NA S0.000 
Construction NA $1.975 NA $0.000 Anticipate dicompletionar niles NA 
Other NA $0.650 NA S0.000 # of ereicia) 
Contingency NA $0.361 NA $0.000 Ss NA 
Total NA $3,811 NA $0.000 % Construction Change Order: 0% 
: : . Design as Percent of Construction: 42% 
DS re EE TERIDGE poeey Other as Percent of Construction: 33% 
Budget Spent 
Initial Projected Difference To Date Schedule: 
Design NA 50.450 NA $0.229 
Construction NA $7.050 NA $0.000 Anticipated Completion at NTP: NA 
Other NA $2.682 NA S0.007 hot nedate: 
Contingency NA $0.650 NA $0.000 OPMONENS AEE: NA 
Total NA $10.832 NA $0.236 % Construction Change Order: 0% 
= . - Design as Percent of Construction: 6% 
PTSID: 0017E TYRE: BRIDGE LeBacy Other as Percent of Construction: 38% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [22=Dec=17_ 
Design NA $0.000 NA $0.000 
COReHUEtOR NA 30.716 Ne $0.000 Anticipated Completion at NTP: NA 
Other NA $0.218 NA S0.000 # of ee lares 
Contingency NA $0.066 NA $0,000 Cate NA 
Total NA $1.000 NA $0.000 % Construction Change Order: 0% 
a - - Design as Percent of Construction: 
PIsbs 105k TYPE OPERATING PeBaey. Other as Percent of Construction: 30% 


A- 35 


FFY18 


Budget Spent Advertise NTP Complete 


Initial | Projected Difference To Date Schedule: |. 20=Dec-17 | 
Design NA $0.000 NA $0.000 
Construction NA $0.716 NA S0.000 Anticncted Compiconaunie: NA 
Other _NA S0.218 NA S0.000 OF fie lares 
Contingency NA 60.066 NA $0.000 CU eee AS NA 
Total NA $1.000 NA $0.000 % Construction Change Order: 0% 
ora = : : Design as Percent of Construction: NA 
pene URC IEAIIUNS) Eeegey Other as Percent of Construction: 30% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design NA $0.000 NA $0.000 
Construetion Ne 90.342 a) 30.000 Anticipated Completion at NTP: NA 
Other NA S0.203 NA S$0.000 # of the ske 
Contingency NA $0.055 NA $0.000 OE Monts tate: NA 
Total NA $0.600 NA $0.000 % Construction Change Order: 0% 
be : : Design as Percent of Construction: 
Epp: 01036 IPRE OPERATING PeBacy Other as Percent of Construction: 59% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.000 NA $0.000 
Construction NA $1.200 NA $0.000 Anticipated Campleton ae NTE: NA 
Other _NA S0.307 NA S0.000 # of thelate: 
Contingency NA $0.093 NA $0.000 Sr NA 
Total NA $1.600 NA $0.000 % Construction Change Order: 0% 
: - : Design as Percent of Construction: 
ee Eo ERINS Eee Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [27=Dec-17_ 
Design NA $0.000 NA $0.000 
COnsEUctION NA 91.586 as $0.000 Anticipated Completion at NTP: NA 
Other NA $0.306 NA S0.000 # of thelace: 
Contingency NA $0.108 NA $0.000 OPMONENS AEE: NA 
Total NA $2.000 NA $0.000 % Construction Change Order: 0% 
= . . Design as Percent of Construction: 
pda TYRES QPEROHNG Peeaey. Other as Percent of Construction: 19% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.000 NA $0.000 
Construction NA $1.586 NA $0.000 Anticipated Campletioniat NIP: NA 
Other _NA $0.306 NA S0.000 # of fRaates 
Contingency NA 0.108 NA $0.000 aes NA 
Total NA $2.000 NA $0.000 % Construction Change Order: 0% 
= : : Design as Percent of Construction: 
Pee Ee ets USS eeu Eceaey Other as Percent of Construction: 19% 
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Budget Spent dvertise NTP Complete 
Initial | Projected Difference To Date Schedule: [.28=Dec=17 
Design NA $0.000 NA $0.000 
Construction NA $1.586 NA $0.000 Anticipated Completion aUNTP: NA 
Other NA $0.306 NA $0.000 ; 
Contingency NA $0.108 NA $0,000 POL MON Ia: NA 
Total NA $2.000 NA $0.000 % Construction Change Order: 0% 
oud . . : Design as Percent of Construction: 
Pus 1058 TYEE OPEROUING poneey Other as Percent of Construction: 19% 
PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.250 NA $0.001 
Construction NA $0.800 NA $0.000 Anticipated Completion at NTP? NA 
Other NA $0.427 NA S0.000 : 
Contingency NA $0.070 NA $0,000 OL MONT at: NA 
Total NA $1.547 NA $0.001 % Construction Change Order: 0% 
i . - . Design as Percent of Construction: 31% 
Prien YES PAVEMENT. Eee Other as Percent of Construction: 53% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.450 NA $0.000 
eRe) Ne 24.500 es 20.000 Anticipated Completion at NTP: NA 
Other _NA $1.235 NA $0.006 : 
Contingency NA $0.608 NA $0,000 ONO RES ates Ne 
Total NA $6.793 NA $0.006 % Construction Change Order: 0% 
- - Design as Percent of Construction: 10% 
ee Nee SEER EeSaey Other as Percent of Construction: 27% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.300 NA $0.023 
Construction NA $2.450 NA $0.000 Adticinatéd Compledonat NIP: NA 
Other NA $0.551 NA $0.004 Scot montnelare: NA 
a a ney a ene % Construction Change Order: 0% 
ki : : . Design as Percent of Construction: 12% 
Ereethisk IRE PAVEMENT bebacy Other as Percent of Construction: 22% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.348 NA $0.008 
ae Ne 2g 200 was 20.000 Anticipated Completion at NTP: NA 
Other _NA $1.402 NA S0.000 fre coe Bi NA 
See eae aA eee a ears % Construction Change Order: 0% 
: : Design as Percent of Construction: 8% 
ae eues) eee EEN aekaey Other as Percent of Construction: 31% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.695 NA $0.065 
Construction NA 53.700 NA S0.000 Anticipated Completion aUNTP: NA 
Other _NA $1.218 NA S0.077 # of Be late: 
Conti NA $0.350 NA $0.000 CEM Oats NA 
ot ae J ; : % Construction Change Order: 0% 
Total NA $5.963 NA $0.142 8 a 
: Design as Percent of Construction: NA 
PaolDe DOSER Bisse cee Legacy Other as Percent of Construction: 33% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $1.200 NA $0.000 
constacon bya 97.250 oe 90.000 Anticipated Completion at NTP: NA 
Other NA $2.371 NA S$0.000 : 
Contingency NA $0.725 NA S0.000 Hof months late: NA 
Total NA $11.546 NA $0.000 % Construction Change Order: 0% 
: - Design as Percent of Construction: 17% 
pe ose TYPE: PAVEMENT Baeaey Other as Percent of Construction: 33% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.520 NA $0.000 
Construction NA $4.000 NA S0.000 Anticipated Completion at NTP: NA 
Other NA $1.035 NA S$0.000 # of Hslates 
Conti NA $0.550 NA $0,000 ORO nts tate: NA 
elie i : % Construction Change Order: 0% 
Total NA $6.105 NA $0.000 8 2 
. Design as Percent of Construction: 13% 
EAS|De RUF EYEE) RAVEMENT Legacy Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.700 NA $0.135 
ROCHA ae 36.300 a 50.000 Anticipated Completion at NTP: NA 
Other _NA $1.640 NA $0.028 : 
Contingency NA 60.565 NA §$0.000 OFTEN LE SS NA 
Total NA $9.205 NA $0.164 % Construction Change Order: 0% 
: . Design as Percent of Construction: 11% 
Pee Ue EEN pokey Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design NA $0.670 NA $0.073 
Construction NA 51.600 NA S0.000 Anticipated. Campletionat NTE: NA 
Other NA S0.766 NA S0.010 # of the [atos 
Conti NA 60.140 NA $0,000 OMEN alate: NA 
OnEneeney : : % Construction Change Order: 0% 
Total NA $3.176 NA $0.083 : 8 . 
. Design as Percent of Construction: 42% 
ISDS Ott ETRE DAV ENIENT Legacy Other as Percent of Construction: 48% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.358 NA $0.001 
Construction NA 52.000 NA S0.000 ARE tibni2 a COmpletigniauhiie: NA 
Other NA $1.197 NA S0.017 OF Relate: 
Conti NA 60.295 NA $0.000 SEO OE De tere NA 
Sai! ; ; % Construction Change Order: 0% 
Total NA 53.850 NA $0.018 ; Me 
: Design as Percent of Construction: 18% 
RE es EE MENENT peedar Other as Percent of Construction: 60% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.100 NA $0.000 
Constayetion Ne 51.800 a) 30.000 Anticipated Completion at NTP: NA 
Other NA S0.547 NA $0.001 ; 
Contingency NA 60.239 NA $0,000 # of months late: NA 
Total NA $2.686 NA $0.001 % Construction Change Order: 0% 
- : Design as Percent of Construction: 6% 
EPID at63) IPED PAV EMERT Pemacy Other as Percent of Construction: 30% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.381 NA $0.078 
Construction NA 52.500 NA S0.040 Anticipate dicompletionar niles NA 
Other NA S0.986 NA $0.735 # of eis: 
Conti NA 60.270 NA $0,000 OE OES a Ee: NA 
OnTnee ney : : % Construction Change Order: 0% 
Total NA $4.137 NA $0.852 oes 8 me 
. Design as Percent of Construction: 15% 
PEA TESS LM Bee ea AMIE pegs Other as Percent of Construction: 39% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.325 NA $0.000 
pomseuenen NP 52.500 Ne 30.000 Anticipated Completion at NTP: NA 
Other NA $1.014 NA S$0.000 F 
Contingency NA 60.325 NA $0,000 sofmonths'late: NA 
Total NA $4.164 NA $0.000 % Construction Change Order: 0% 
. : Design as Percent of Construction: 13% 
PIE Oe IE ine PAVEMENT Tebacy Other as Percent of Construction: 41% 
bauer ER 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.200 NA $0.000 
Canseedan Mn 52.000 ne 30.000 Anticipated Completion at NTP: NA 
Other NA S0.890 NA $0.015 : 
Contingenc NA $0.200 NA $0,000 Tohmonths late. NA 
Total Bey NA $3,290 NA $0.015 % Construction Change Order: 0% 
: : Design as Percent of Construction: 10% 
PISID: 0027S TYPE: TAP/OTHER paBacy Other as Percent of Construction: 45% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.135 NA $0.000 
Construction NA 53.186 NA $0.000 ss . : 
Other NA $0.439 NA $0.027 pee eee ace BENIE: aR 
eure pes ae owner % Construction Change Order: 0% 
ora . : - Design as Percent of Construction: 4% 
ELSI 0026F Weise Ue Ons cekaey Other as Percent of Construction: 14% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.375 NA $0.219 
Construction NA $1.700 NA $0.000 Anticipated Completion aUNTP: NA 
Other NA S0.870 NA $0.001 ; 
Contingency NA $0.255 NA $0,000 OL MONT at: NA 
Total NA $3,200 NA $0.220 % Construction Change Order: 0% 
3 . - . Design as Percent of Construction: 22% 
PAE Lissa Eebay Other as Percent of Construction: 51% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.200 NA $0.038 
eRe) we soe Ny $0.000 Anticipated Completion at NTP: NA 
Other _NA $0.672 NA $0.014 ; 
Contingency NA $0.120 NA $0.000 Ue IE NA 
Total NA $2.192 NA $0.052 % Construction Change Order: 0% 
. - Design as Percent of Construction: 17% 
BEES nea Eeeaey Other as Percent of Construction: 56% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.490 NA $0.094 
Construction NA $1.500 NA S0.000 Anticipated Completion’at NIP: NA 
Other _NA $1.372 NA S0.067 Scot montnelares NA 
a a aa a cae % Construction Change Order: 0% 
ord : - : Design as Percent of Construction: 33% 
EIS enuate RE TRAE EIG bebaly Other as Percent of Construction: 91% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28=Dec=17_ 
Design NA $0.398 NA $0.000 
ae Me oy Ne $0.000 Anticipated Completion at NTP: NA 
Other NA $1.009 NA S0.000 Mot monthe late: NA 
Seman HA eae a oa ens % Construction Change Order: 0% 
: : Design as Percent of Construction: 21% 
SUE SRE LSE ale ale seek Other as Percent of Construction: 53% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.070 NA S0.000 
Construction NA $0.560 NA $0.000 Anticipated Completion aUNTP: NA 
Other NA $0.526 NA S0.000 # of fhe late: 
Contingenc NA $0.056 NA $0,000 Sea: NA 
Y : , % Construction Change Order: 0% 
Total NA $1.212 NA $0.000 , , 
. Design as Percent of Construction: 12% 
Piss 0a. TES TRACIE renee Other as Percent of Construction: 94% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.175 NA $0.052 
COnStACuen oe 30.600 A $0.000 Anticipated Completion at NTP: NA 
Other NA $0.835 NA $0.008 : 
Contingency NA $0.075 NA $0,000 MOA LATTES) NA 
Total NA $1.685 NA $0.060 % Construction Change Order: 0% 
- : Design as Percent of Construction: 29% 
ESB Oost PEE ARS peer, Other as Percent of Construction: 139% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.613 NA $0.368 
Construction NA $3.860 NA $0.000 Anticipated Completion at NTP: NA 
Other NA $1.819 NA $0.004 # of thelates 
Conti NA $0.386 NA $0,000 UU st NA 
SABE TY. . : % Construction Change Order: 0% 
Total NA 56.678 NA $0.372 ; ie 
. Design as Percent of Construction: 16% 
PISIDs OO7S% TYPE TRAEHE pegacy Other as Percent of Construction: 47% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.060 NA $0.006 
SOU ade) ve 53.000 WA 50.000 Anticipated Completion at NTP: NA 
Other _NA $0.822 NA $0.006 : 
Contingency NA $0.380 NA $0,000 REMUS IER NA 
Total NA $4.262 NA $0.012 % Construction Change Order: 0% 
: . Design as Percent of Construction: 2% 
PTSID: 00722 aoa ey! Other as Percent of Construction: 27% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.060 NA $0.038 
Construction NA $2.000 NA $0.000 Anticipated. Completion at NTE: NA 
Other NA $0.732 NA $0.024 # of chelates 
Contingenc NA $0.200 NA $0,000 QUO Ne ate: NA 
gency , : % Construction Change Order: 0% 
Total NA $2.992 NA $0.062 ; is 
- Design as Percent of Construction: 3% 
Ble O0299 NEES TRAEEIS begacy Other as Percent of Construction: 37% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.465 NA $0.283 
Construction NA $2.416 NA S0.000 Anticinstad Complenonau Nie: NA 
Other NA $0.990 NA $0.015 # of fhe ate: 
Contingency NA $0.154 NA $0.000 Pa eee es NA 
Total NA $4.025 NA $0.299 % Construction Change Order: 0% 
on . : : Design as Percent of Construction: 19% 
PU eG EE SURAREIE peesey Other as Percent of Construction: 41% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA 50.410 NA $0.105 
Constayetion Ne 30.990 a) 30.000 Anticipated Completion at NTP: NA 
Other NA S0.705 NA $0.023 of the late: 
Contingency NA $0.070 NA $0.000 OE Monts tate: NA 
Total NA $2.175 NA $0.128 % Construction Change Order: 0% 
ie - - Design as Percent of Construction: 41% 
ae a TPE RAGRIC reeacy Other as Percent of Construction: 71% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.490 NA $0.130 
Construction NA $1.910 NA S0.000 Anticipate dicompletionae nile: NA 
Other NA S0.872 NA S0.007 not helare: 
Contingency NA $0.191 NA $0.000 a a et NA 
Total NA $3,463 NA $0.137 % Construction Change Order: 0% 
. - - Design as Percent of Construction: 26% 
ple aneee Uae oa eee Other as Percent of Construction: 46% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.250 NA $0.047 
Construction NA $1.229 NA $0.000 Anticipated Completion at NTP: NA 
Other NA S0.449 NA S0.007 hot nedate: 
Contingency NA $0.188 NA $0.000 OP MONENS IEEE: NA 
Total NA $2.116 NA $0.054 % Construction Change Order: 0% 
3 - : Design as Percent of Construction: 20% 
plaIBeoee TYRES TRAGTIG Peeaey. Other as Percent of Construction: 37% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.046 NA $0.022 
Construction NA $0.675 NA $0.000 Anticipated Camplefioniat NIP: NA 
Other _NA $0.550 NA S0.000 # of fRaates 
Contingency NA $0.035 NA $0.000 aes NA 
Total NA $1.306 NA $0.022 % Construction Change Order: 0% 
. . : Design as Percent of Construction: 7% 
Pee eae NRE ROERIS Essay. Other as Percent of Construction: 81% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.370 NA $0.118 
Construction NA $1.250 NA $0.000 Anticipated Completion aUNTP: NA 
Other NA $1.158 NA $0.045 de monthe late: NA 
Contingency NA $0.130 NA $0.000 oe ; : 
Total NA $2.908 NA $0.163 % Construction Change Order: 0% 
ote - : : Design as Percent of Construction: 30% 
PislG>Q080 RES IRAEE nee Other as Percent of Construction: 93% 
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PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY14 
BRIDGE 
9500A Arcadia Management Area Bridge Replacement COV, HOP, RIC A.4 0 0 eee] Ape is) Maye $1.6 
0163J Atwells Ave Bridge No. 975 Replacement PVD A 0 a wm My 328 
0153C Central Bridge No. 018201 & Access Improvements to Rout 248 A-1 0 0 May-13 Aug-13 ABE $16.0 
0144B. Great Island Bridge #499 NAR A060 0 ECC MSSCiéG3833 
0049M Jamestown-Verrazzano Bridge No. 800 & Cove Bridge No. YAM, POR A-1 0 0 Jul-14 Aug-14 Beem 38 f48 
0018A New Providence Viaduct Southbound Bridge No. 578 a A-2 0 0 Gere Jan-13 Gem 374.4 
0 0 $108 
PAVEMENT 
0185A Apponaug Circulator By-Pass A-2 0 0 Mar-14 Jul-14 T5208 
0012E 1-195 Relocation - Landscape Contract C EPR, PVD A3 0 0 Seva Eee Kove 08 
0172F Mineral Spring Avenue 1R Improvements Ee oo A-3 0 0 Sep-14 Jan-15 Nee 33.9 
0130R Ocean Avenue 1R Improvements NSH A-3 10 at eam CED 407 
0 0 $35 
TRAFFIC 
01152 1-95 Highway LED Lighting - Exits 1, 2, 4, 5 and Weigh Stat #OF, Ric, = A300 ma Se rem s26 
0058L 1-95 Sustainability - Phase | PVD A4 0 0 ESSE Mayes NOM $06 
0122H Statewide DMS Installation STATEWIDE ~A4 0 0  [Sp=@@) SSIS GERM $23 
0 0 $6 
TAP/OTHER 
9004D Providence Station Enhancements PVD 3 00 ki Beam Ae 69 
0 0 $7 
OPERATING 
7006F Guardrail Repair and Replacement 2014-2016 STATEWIDE A2 00 k= Gem Ge 15 
7005F Impact Attenuator Repair and Replacement 2014-2016 STATEWIDE A-2 0 0 Baeza) Apr-14 Beem = $0.9 
7009E Statewide Fence Repair and Replacement 2015-2016 STATEWIDE yD) Osi (iS SEBCG05 
0 0 $3 
Number of In design Advertised In Construction Complete Total 0 0 $159 
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PTSID Project Name Locations Page = BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY15 
BRIDGE 
0156A Clarence Hussey Bridge No. 11 (69B) NKS A5 0 0 GSpEis) Gene eve $21 
0153D Coles Bridge No. 134 (66) EPR AS 0 0 ages Neves GM 05 
0143D East Shore Expressway Bridges Nos. 475, 476 EPR 565 60360 kt Hs Bam $125 
0113L Glenbridge Ave and South County Trail Bridges (69F) ge 5 0600 st es Mem 37.1 
02011 Hamlet Ave. Bridge #500 (69C) WNS AS 60 0s«MS] SS C525 
0201U 1-95 Corridor Bridge Preservation & Resurfacing CRA, PvD, WARAG Q 0 MeyEas) GGUEIS RG s106 
0163F Pleasant Valley Parkway Bridge No. 777 ee A-6 0 0 Apr-15 Jul-15 NO = 459 
0143R Route 1/South County Pier Cap Replacements SKS A-6 0 0 Nov-14 Mar-15 Beem = $56 
0113V Route 24 & |-295 Bridge Preservation CRA, TIV, WARAG 0 0 Fx Gams Gemme 40 
0154B Shippee Bridge No. 307 (69E) BUR 6 0600 = Aa Mem 521 
0201T West Elmwood RR Bridge No. 660 (69G) PVD 7 00 i Ts Gm 422 
0 0 $55 
PAVEMENT 
0173F Broadway Streetscape Improvements Project NPT A-8 0 0 Nov-14 Mar-15 GE $66 
0004B Dexter Street 1R Improvements CFA, PAW A-8 0 0 Apr-15 uaieas) Ge $35 
0166L New River Road and Victory Highway 1R Improvements =I A-8 0 0 Apr-15. Jul-15 em 413 
0166K Old River Road (Route 126) 1R Improvements LIN AS 0 0 Mayes) ageis) Mayme 324 
0172Y Route 102 1R Improvements, C-3 COV, FOS AS 0 0  Mey=ms) ahi Mayme $55 
0173J Route 116 Knotty Oak Rd. cov 9 00 Tis Sp My 415 
0166D Route 146A and Park Avenue Intersection Improvements NSM, WNS A-9 0 0 Oct-14 Jan-15 E508 
0173R Route 37 1R Improvements CRA, WAR A-9 0 0 Apr-15, ees) Mayet 38 $55 
0078G South/North Main Streets ADA Improvements PVD 9 00 i a Kem 373 
0055J Statewide Resurfacing 2015, C-1** oe AG 00 ms Bem Sem 339 
RIC, SKS 
0173N US Route 1, South Kingstown Improvements SKS A-10 600 (0 Apr-15. Jul-15 Mayes = $16 
0172B Woonasquatucket Avenue 1R Improvements NER EVD A-10 600 (0 Sép=15)| Nov-15 Sepa = $3.4 
0 0 $43 
TRAFFIC 
0011C Enhanced Roadside & Freeway Delineation STATEWIDE A440 00 Eo aS 6 524 
0102H North, C-5 - STC STATEWIDE 6 AOD U0 0 lO )0Ol 12 
0102G North/Central, C-4 - STC STATEWIDE 6 A410 0 Sl OCC tt 
0 0 $5 
TAP/OTHER 
9603B Colt State Park Bike Path Connector BRI noe kyl i Hm $15 
0 0 $2 
OPERATING 
0086U Crack Sealing - Limited Access, 2015 STATEWIDE AT 00 = Ris See $02 
0116E Pavement Striping - East Bay, 2015 STATEWIDE AT 00 = ays GG si6 
0086W Rubberized Asphalt Chip Seal, 2015 STATEWIDE A7 0 0 = Gis Mem 321 
0086R West Main Road (Route 77) Chip Seal CHA, LCM, RICA.7 0 0 SZ GR Maye fi6 
0 0 $5 
Number of In design Advertised In Construction Complete Total 0 0 $111 


Projects: 0 0 0 31 31 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY16 
BRIDGE 
0113U Airport Connector & Route 2 Bridges (53C & 81B) WAR n?25 it iz $5.8 
0153E Capron Road Bridge No. 792 (70A) SMI A12 0 1 Meyeie  BepEie $2.4 
0145B Carolina Bridges (57F) RIC A122 03 See Maze $4.9 
0183B Central Street Bridge No. 449 (70B) NSM A12 0 1 [SESE 686(BBeRie $5.0 
0144E Harbor Junction Bridge No. 131 (57E) PVD A12 0 1 (eae pee $3.4 
0166J Mussey Brook Bridge No. 380 (56C) LIN Bn 01 i? Ei $1.2 
0171B Newman Avenue Bridge No. 224 (57D) EPR A133 01 eee Bei $2.7 
0031N Old Sakonnet River Bridge Demolition (Superstructure) POR A130 1 Sep-16 ebay) $9.4 
0143U Pawtucket Area Bridges (53B) PAW A13 03  £Gie Neve $5.7 
0143K Pawtucket Avenue Bridge No. 471 (57B) a A-13 0 1 Mar-16 gul-16 $8.2 
0012L Providence Area Bridges Nos. 1080, 1082 (56B) PVD 404 i” i $2.0 
0012R Providence River Pedestrian Bridge PVD A14 0 0 (Rm GBBMM 8 oct-18 $17.2 
0012N Ramp El Bridge No. 1083 (56A) PVD 4 01 as ea $0.5 
0118A Slatersville Stone Arch Bridge No. 273 (70C) NSM 401t ki 7 $8.1 
0156C South County Freeway Bridge No. 686 (52A) WAR A14 0 1 GSH  Neveie $17 
0168E Tefft Hill Trail Bridge No. 592 (67T - B) EXE A15 0 2 Meme  anpaie $4.5 
0009N Washington Bridge North No. 700 (57A T - J) EPR, PVD A145 0 1 [BSR 8B Oec-19 $15.2 
0154A Wood River & Holburton Bridges Nos. 261, 262 (58D) HOP A1s 0 2 (9GSRS OSM vec18 $17 
2 30 $100 
PAVEMENT 
0172C 1R Improvements to Smith Street PVD A-17 0 0 Sep-16 Jan-17 Dec-17 $3.3 
0165X High Street & Kingstown Road Improvements SKS A-18 0 0 Mar-16 Jun-16 Roem $4.4 
0079G 1-95 Resurfacing (Elmwood Avenue to Eddy St) PVD A18 0 0 (Spm BSCE ee 338 
0078U Providence - Downtown Improvements, C-3 EMD A18 0 0 Pa OS May-18 $2.6 
0076N Route 107 1R Improvements BUR Ais 0 0 Gece Meet ROM 526 
0139H Route 138 Improvements SKS Ais 600 (00 GS is ( isi 
0055K Statewide Resurfacing C-2, 2017** STATEWIDE A199 0 0 (Spa Gey 86S 524 
0007F Two Mile Corner Reconstruction MID A19 0 0 Gees CSCC‘ Se-18~—~—=sOO86 
0 0 $28 
TRAFFIC 
0153P Bridge End Treatments - HSIP STATEWIDE A190 0 O17 
0091K Coronado Road Pedestrian Enhancements WAR A-20 0 0 Jan-16 May-16 My 423 
0102J East Bay/South, C-6 - STC STATEWIDE A420 0 0 fie Mey Bee $10 
0153R Memorial Blvd. & Francis Street Improvements ev A-20 0 0 Dec-15 Mar-16 $18 
0071V Mineral Spring Avenue HSIP NPR A20 0 0 Gemme Mayes Gane 421 
0080D Pedestrian and Intersection Safety Improvements-STC wit STATEWIDE A-20-'si$b OC (TS (iT 4 
0153N Route 102 & Route 117 Improvements - Roundabout COV, SKS, WGRA-2{ Q 0 HeemsiCAACCitct 18 G24 
0116S Statewide LED Retrofit Project STATEWIDE A ll ET C40 
0072K Traffic Signal Optimization, C-2 STATEWIDE §=6A21 0 0 ke Gt A $10 
0071T Warwick - HSIP WAR 21 00 i= A GE $05 
00 $18 
TAP/OTHER 
0021R Blackstone River Bikeway - Segment 1A PVD 19 06(l0 Ol ee | 12 
0132G Portsmouth Maintenance Facility POR A-19 0 0 Nov-15. Mar-16 My $6.0 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
OPERATING 
0084S Crack Sealing - Limited Access STATEWIDE A(5 0 0 Maze  (Ginei@ $0.2 
0084Z Crack Sealing - North & East, 2016 STATEWIDE A~A15 0 0 [=== (ammig $0.2 
0084Y Crack Sealing - South & Central, 2016 STATEWIDE A16 0 0 Me=mme (imma $0.2 
0084H Paver Placed Elastomeric Surface Treatment 2016 FOS, RIC A164 600 (00 MEG) $0.7 
0084G Rubberized Asphalt Chip Seal 2016 cuM, GLO, HOP A146 0 0 Memmi  Mayeie $1.2 
7006H Statewide Fence 2017-2019 STATEWIDE 16 0 0  (GQmulel (GREG $0.7 
7006G Statewide Guardrail 2017-2019 STATEWIDE A16 0 0 (a  (BepEie $3.3 
7006J Statewide Impact Attenuator 2017-2019 STATEWIDE A417 0 0 (eee  (BeBeuie $1.9 
0073L Statewide Pavement Striping - Central, 2016-2017 STATEWIDE A17 0 0 Ma Mayme $2.4 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 STATEWIDE A-17 0 0 Mar-16 gun-16 $3.1 
0073K Statewide Pavement Striping - South, 2016-2017 STATEWIDE A17 0 0 Meee (Gineie $2.1 
0 0 $16 
Number of In design Advertised In Construction Complete Total 2 30 $169 


Projects: 0 0 20 23 = 


PTSID Project Name Locations Page BRIDGES Schedule Construction 

R P Advertise NTP Sub Complete Budget (SM) 
FFY17 
BRIDGE 
0170C Baker Pines Bridge No. 593 RIC A-22 1 0 (MBM san-18 Dec-19 $50 
0114L Central RI Bridges - Group 12 (32 Bridges) ari A22 029 [RRM Jan-18 Jul-20 $145 

HOP, RIC, 
WAR, WGR, WST 

0114S Cumberland |-295 Corridor Bridges (37T - |) CUM A-22 40 zy Gee OoMay-20 $159 
0168H Hope Valley Bridges (69D) oe ghee 0% Mei C( Bie? 
0143W Horton Farm Bridge No. 472 (57M) EPR A22 1 0 GRBMMM Feb-18 Nov-19 $163 
0013M I-195 Corridor Bridges (77) EPR A23 2 3 [RBBB Feb-18 Jun-19 $124 
0114U 1-295 Bridges Contract 2 CRA A23 6 0 [GSBMMM Mar-18 May-21 $385 
0114T 1-295 Bridges Contract | CRA A23 4 0 [ESBMMM Mar-18 May-21 $20.0 
0114R 1-95 Corridor Bridge Nos. 56101, 56121, 56201, 56221 (3T PAW A23 4 0 BSpMM Mar-18 Apr-20 $15.0 
0114P 1-95 North & South Bridges at Toll Gate Road Nos. 683, 68 WAR A23 2 0 GRBMMM Apr-18 Dec-19 $245 
0114N Oxford Street Bridge No. 653 (2T) PVD A24 1 0 @@QMM Mar-18 Aug-20 $50 
0016J Pine Street Bridge No. 548 (31) PAW A24 10 SpE BBSRM 8 sun-19 $68 
0027B Reconstruction of the Route 6/10 Interchange CRE TEND A24 9 0 ye (Nov-23 52506 
0013L Route 146 Corridor Bridges (38) EXE, NSM, PVD A.24 0 2 [em Dec-19 $6.8 
0014F Simmonsville Bridge No. 326 (57C) JOH A24 1 0 Sepa May-19 $4.5 
0168C Victory Highway Bridge No. 589 (71) WGR A2 10 fiz Sep-21 $12.3 
0114K Wood River Valley Bridge No. 404, |-95 North & South (7T #0P A2 1 0 Apel Aug-20 $12.4 

38 39 $459 
PAVEMENT 
0173U 1 R Improvements to Winsor Avenue JOH A-25 0 0 Been Feb-18 $1.1 
0084C 2017 Crack Sealing Limited Access STATEWIDE A.26 0 0 7) (iii $0.5 
0084B 2017 Crack Sealing North and East Regions STATEWIDE A426 00 l (is $0.5 
0084A 2017 Crack Sealing South and Central Regions STATEWIDE A206 00 <= aaa $0.6 
0086Y 2017 Paver Placed Elastomeric Surface Treatment STATEWIDE A.26 00 fe iy $12 
0086X 2017 Rubberized Asphalt Chip Sealing STATEWIDE A.26 0 0 (iz (aay $1.9 
0007C East Main Road 1R Improvements POR A-27 0 0 Dec-16 Apr-17 $6.2 
0088A. 1-95 Resurfacing (Rt 2 to Service Avenue) WAR wo i iz $6.8 
0082C 1-95 Resurfacing, C-2 (Pawtucket) PAW w7oseo kil iz $3.0 
0081D Improvements to US Route 1 (South Kingstown) SKS A-27 60 0 Sep-17 Feb-18 $5.3 
0081K Pavement Preservation to Rt 1A (Newport Ave) PAW A27 #0 0 © FE SsJaan-18 $3.1 
0081W Route 146 Improvements LIN, NPR, PVD A.28 0 0 (=o Maya $4.8 
0081R Route 24 Improvements POR 2 00 I” Hi $4.6 
0166H Route 4 Improvements, C-2 EGR, NKS, WAR A228 0 0 Seeewa Jan-17 $4.1 
0173S Snell Road Improvements LCM 2 00 = Em $0.9 
0073J Statewide Pavement Striping Eastbay 17-18 STATEWIDE A.28 0 0 [ema] Maya $1.9 
0173Z US Route 6 Hartford Ave JOH, SCI A260 0 Es $5.9 
0165V Woodville Road Improvements HOP, RIC A2206(l0 0 Cs $3.3 

0 0 $56 
TRAFFIC 
0025E Coventry - Local Safety Improvements cov A30 0 0 Mei) 6=6BBBRI OSep-18 = $03 
0025F Cranston - Local Safety Improvements CRA A30 0 0 a 32 OlNov-18 $0.5 
0153T Diamond Hill Road Improvements at Mendon Road wns A30 0 0 (GSpmMM Jan-18 May-20 $15 
0025J High Friction Surface Treatments 2016 STATEWIDE «63000 0 EC Cf 


PTSID Project Name Locations Page = BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
0061K Improvements to Rt 44/100 Intersection and Chepachet Riv SL° A330 0 0 Jan-17 Mar-17 May-18 $1.5 
0011D Intersection Safety Improvements Newport, Warwick, John JOH, NPT, WAR A341 Q 0 Been Jan-18 Apr-19 $1.1 
0025P Statewide Road Diet 2017 STATEWIDE §=6A31 «00 00|= AS MC es Nov-18 G05 
0072J Traffic Signal Optimization, C-3, 2016 STATEWIDE A31 0 0 Fo? Se 4 0ovul-18)— $14 
0 0 $7 
TAP/OTHER 
0021U Blackstone Bikeway 8C NSM A209 «600 (00 RC (asCEAACCiéiétt'-19~—S 28 
0006A Rhodeworks Toll Facilities STATEWIDE A.29 0 0 Ea BGR sun-19 $418 
0 0 $45 
STORMWATER 
0166M High Street/Kingstown Road Stormwater Mitigation SKS A2 00 ka Ey Sey $02 
0 0 $0 
OPERATING 
0073M 2017-2018 Statewide Pavement Striping -North STATEWIDE A.25 0 0 (Sma MWR 4pr-19 = $20 
0201V 1-95 Corridor Preservation - Bridge Washing (58C) CRA, PVD, WARA-25 3 6 MyM (GRU 8 dec-18 $54 
3 6 $7 
Number of In design Advertised In Construction Complete Total 41 45 $575 


Projects: 0 23 8 48 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY18 
BRIDGE 
0015A Aquidneck Island Bridge Preservation cs ed A-32 0 22 Sep-18 Jan-19 ‘Jun-21 $6.0 
POR, TIV 
0013K BG-30 Broad St. South and Elmwood Ave Bridges ve A-32 2 0 Sep-18 Dec-18 ‘Dec-20 — $20.0 
0143A Big River Bridge WGR A32 0 1 B@MHMM 8 Mar-18 Jan-21 $28 
0013F Bridge Preservation BG - 05 aaa a ae A-32 0 12 Sep-18 Dec-18 ‘Dec-20 $4.2 
0014D Centerville Rd Bridge WAR A32 1 0 [RRRMM Feb-18 Oct-19 $44 
0013U East Bay Bridge Preservation ai, — A330 25 Jul-18 Oct-18 May-21 $6.5 
NPT, NSH, 
PAW, TIV, WRN 
0114J Farnum Pike Bridges NSM A-33 0 2 Feb-18 Sep-18 ‘Jun-21 $9.5 
0017G Geneva Pond Bridge PVD A333 1 «0 Jan-18 Apr-18 ‘Jun-20 $2.2 
0013G 1-295 Bridges - Bridge Group 09 CRRe. 208 A33 0 8 Aug-18 Nov-18 May-20 $2.6 
0114V 1-295 Bridges Contract 3 JOH A33 2 0 Nov-17 May-18 Jun-21 $449 
0015B Lafayette Road Bridge ne A34 1 0 Aug-18 Nov-18 Aug-19 $3.5 
0167C Louisquisset Ramp Bridge PVD A34 1 °0 May-18 Aug-18 ‘Nov-20 $8.0 
0194C Park Avenue RR Bridge CRE A-34 1 0 Apr-18 Jul-18 Nov-20 $2.6 
0201A Railroad Avenue Bridge BUR A34 1 0 GRBMMM Jan-18 = Nov-19 $45 
0014Z Replacement of Louisquisset Pike Bridge LIN A-34 1 0 Mar-18 Aug-18 ‘Jun-21 $10.0 
0013S RI-146 Area Bridges- Contract 1 LIN, NSM, PVD A.35 0 9 Aug-18 Nov-18 ‘Apr-21 $9.0 
0013C Route 37 Bridge Rehabilitation CBA WAR A35 6 9 Sep-18 Dec-18 ‘Sep-21 $29.6 
0145C Union Village RR Bridge Net A35 1 0 Sep-18 Dec-18 Nov-19 $2.0 
0017E Woonasquatucket River Bridge EN? A35 1 0 Nov-17 May-18 Dec-20 $7.1 
19 88 $146 
PAVEMENT 
0173H 1 R Improvements to Old Summit Road cov A37 60 (0 May-18 Aug-18 ‘Dec-18 $0.8 
0130E 1R Improvements to Reservoir Avenue CRD A-37 0 0 Jan-18 Apr-18 ‘Dec-20 $45 
0173K 1R Improvements to Rockland Road SCI A-37 0 0 Mar-18 Jun-18 Jul-19 $2.5 
0081J 1R Improvements to Route 78 WES A337 =60:«O0 Apr-18 Jul-18 ‘Sep-19 $4.5 
0061A 1R Improvements to Route 44 - Contract 3B (RIDOT Maint ¢L° A38 0 0 Aug-18 Dec-18 May-21 $3.7 
0004D Broad Street Regeneration CRA, CUM, PAW A.38 0 0 Sep-18 Jan-19 ‘Apr-22 $7.3 
0079P Danielson Pike Improvements JOH A-38 0 0 May-18 Aug-18 Oct-19 $4.0 
0012Q 1-195 Relocate Waterfront Parks PVD A338 0 0 (BSMMM Mar-18 Aug-19 $63 
0012T 1I-195 Relocation, Gano St, Contract 18 PVD A338 0 0 Sep-18 Dec-18 -Jun-20 $1.6 
0172J Improvement to Nayatt Rd BAR. A339 0 0 Apr-18 Jul-18 ‘Aug-19 $2.0 
0165J Improvements to Railroad Street LIN A39 0 0 Mar-18 Jun-18 Nov-19 $1.8 
0138B Rt 6A (Hartford Ave, C-2) vor A39 0 0 Apr-18 Jul-18 Nov-18 $2.5 
0081E Us-6 (Rt 102 to Danielson Pk) SCI A39 0 0 May-18 Aug-18 Jul-19 $95 
0 0 $44 
TRAFFIC 
0025N 2017 Statewide Intersection Safety Improvements CRA, PVD, WARA-4Q 0 0 Feb-18 May-18 May-19 $1.7 
0025K 2018 Statewide Intersection Safety Improvements A40 0 0 Aug-18 Nov-18 May-20 $1.2 
0011E Aquidneck Avenue HSIP MID A-40 0 0 Sep-18 Dec-18 ‘Sep-20 $15 
0076Z Aquidneck Avenue Improvements MED A40 0 0 Bea) Apr-18 ‘Dec-19 $1.9 
0091S High Friction Surface Treatment 2018 EA) EN A41 0 0 Jun-18 Sep-18 ‘Dec-19 $0.6 
0073H Intersection Safety Improvements Metacom Ave Rt 136 an “AR A-41 0 0 Sep-18 Dec-18 Jun-20 $0.6 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
0073X Intersection Safety Improvements to Rt 114 between Bear CUM A41 0 0 Mar-18 Jun-18 Sep-19 $3.9 
0072Z Median Guardrail US Route 1, South County CHA, SKS, WES A.A{ 0 0 Apr-18 Jul-18 May-19 $3.0 
0025Q Roadway Departure Mitigation - Guardrail and Median Impr “SM, WAR A441 0 0 Q@RRMM Jan-18 May-19 $20 
0073S Route 146 Guide Sign Improvements North C-1 (North Smi NSM A422 0 0 Jan-18 May-18 May-20 $2.4 
0162B SRTS - Contract 2 (Narragansett) NAR. A442 0 0 Jan-18 May-18 Nov-19 $1.0 
0162A SRTS- Contract 1 (Barr, Cran, E Prov) BAR, CRA, EPR A-42 0 0 Mar-18 Jul-18 May-19 $1.9 
0162C SRTS-Contract 3 (Smithfield, Westerly, Woonsocket) SMI, WES, WNS A-42 0 0 Apr-18 Jun-18 Jun-19 $1.2 
0080H STC - Allens Avenue at Terminal and Emest PVD A42 0 0 Feb-18 Jun-18 Aug-19 $0.7 
0080C STC - Statewide Pedestrian and Intersection Safety Improv sare een A43 0 0 Jun-18 Sep-18 Nov-19 $1.3 
SKS, TIV, WST 
0 0 $25 
TAP/OTHER 
0021S Blackstone River Bikeway Segment 8B-1 WNS A39 0 0 Apr-18 Jul-18 Oct-19 $2.0 
0026P Trestle Trail West Section Bridges Cov A40 0 0 Mar-18 Jun-18 Mar-20 $3.2 
0 0 $5 
OPERATING 
0105F 2018 Crack Sealing North and East Regions Sg A350 (0)~CS CBS ss May-18 Oct-18 $07 
LIN, MID, 
NPR, POR, 
PVD, SMI, WES 
0105B 2018 Crack Sealing South and Central Regions cua, CRA, = A360 00 MR  May-28 0 Oct-18 $07 
NAR, NKS, 
RIC; SKS, 
WAR, WES 
0105C 2018 Limited Access Crack Sealing ey Sey A36 0 0 Apr-18 Jun-18 ‘Oct-18 $0.3 
NKS, SKS, 
WAR, WES 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2. STATEWIDE A36 0 0 Mar-18 Jun-18 Nov-18 $1.2 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 CRA, CUM, scr a.36 0 0 [RSH May-18 Nov-18 $16 
0105A 2018 Rubberized Asphalt Chip Sealing C- 2 STATEWIDE A36 0 0 Mar-18 Jun-18 Jun-19 $16 
0105E 2018 Rubberized Asphalt Chip Sealing C-1 pe A370 0 0)SsC«M ss May-18 0 un-19 $16 
GLO, SCI 
0 0 $8 
Number of In design Advertised In Construction Complete Total 19 88 $228 


Projects: 44 12 0 0 56 


Changes from Last Quarter 
Insert A 


Schedule Changes Since Last Quarter 


Milestone 


In Design 
0105G 2018 Paver Placed Elastomeric Surface Treatment C- 2 


Substantially Complete 


Last Current 
Quater Quarter +/- 


6/30/2019 11/30/2018 A 


Comments 


Accelerated Substantial Completion 


0013G 1-295 Bridges - Bridge Group 09 


Accelerated Advertisement impacting all scheduled dates 


Advertise 9/30/2018 8/31/2018 BO. 
NTP 12/30/2018 11/30/2018 930 
Substantially Complete 8/31/2020 __ 5/31/2020) 92) 
0015B Lafayette Road Bridge Accelerated Advertisement impacting all scheduled dates 
Advertise 9/30/2018 8/31/2018 BO 
NTP 1/31/2019 11/30/2018 6 
Substantially Complete 10/31/2020 __ 8/31/2019 427) 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements Delay due to Survey 
Advertise 1/31/2018 6/30/2018 BO 
NTP 4/30/2018 9/30/2018 ibe 


Substantially Complete 


Advertised 
0173U 1R Improvements to Winsor Avenue 


8/31/2019 11/30/2019 Oa 


Delay in Award Process 


NTP 12/31/2017 2/28/2018 BO) 

0105F 2018 Crack Sealing North and East Regions Achieved Advertisement 
Advertise 12/31/2017 12/22/2017 NS) 

0105B 2018 Crack Sealing South and Central Regions Achieved Advertisement 


Advertise 12/31/2017 12/20/2017 

0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 Achieved Advertisement / Delay in Award Process 
Advertise 12/28/2017 | 
NTP 5/30/2018 5/31/2018 

0170C Baker Pines Bridge No. 593 Delay in Award Process 
NTP 12/31/2017 1/31/2018 aa 

0143A Big River Bridge Achieved Advertisement 
Advertise 11/30/2017 11/29/2017 

0014D Centerville Rd Bridge Achieved Advertisement 
Advertise 12/31/2017 12/29/2017 

0153T Diamond Hill Road Improvements at Mendon Road Delay in Award Process 
NTP 12/31/2017 _ 1/19/2018 

0013M 1-195 Corridor Bridges (77) Delay in Award Process 
NTP 12/31/2017 2/28/2018 RBS) 

0012Q 1-195 Relocate Waterfront Parks Achieved Advertisement 
Advertise 12/31/2017 12/29/2017 I 

0114V 1-295 Bridges Contract 3 Achieved Advertisement 
Advertise 11/30/2017 11/29/2017 A 

0114R 1-95 Corridor Bridge Nos. 56101, 56121, 56201, 56221 (3T - F) Required Additional Advertising Time 
NTP 12/31/2017 3/31/2018 BO 
Substantially Complete 12/31/2019 4/30/2020 aa 

0114P 1-95 North & South Bridges at Toll Gate Road Nos. 683, 684 (5T - C) Delay in Award Process 
NTP 2/28/2018 4/30/2018 

0011D Intersection Safety Improvements Newport, Warwick, Johnston Delay in Award Process 
NTP 12/31/2017 _ 1/16/2018 

0114N Oxford Street Bridge No. 653 (2T) Delay in Award Process 
NTP 1/31/2018 3/1/2018 

0081K Pavement Preservation to Rt 1A (Newport Ave) Delay in Award Process 
NTP 12/31/2017 _ 1/9/2018 

0201A Railroad Avenue Bridge Achieved Advertisement 
Advertise 10/31/2017 10/24/2017 


0013L 


Route 146 Corridor Bridges (38) 


Accelerated Contract Award. Substantial Completion updated to match latest 
schedule at NTP 


Schedule Changes Since Last Quarter 


Last Current 
Milestone Quater Quarter +/- 
NTP 1/31/2018 1/3/2018 NB) 
Substantially Complete __ 6/30/2020 12/31/2019 482) 


Comments 


0114K Wood River Valley Bridge No. 404, I-95 North & South (7T - A) 


Delay in Award Process 


NTP 12/31/2017 _ 1/31/2018 aa 

0017E Woonasquatucket River Bridge Accelerated Advertisement and anticipated accelerated NTP 
Advertise 2/28/2018 11/28/2017 NG 
NTP 7/31/2018 5/31/2018) 64) 


In Construction 


0025F Cranston - Local Safety Improvements NTP accelerated 
NTP 12/31/2017 11/30/2017 BH 

0114S Cumberland 1-295 Corridor Bridges (37T - |) Delay in Award Process 
NTP 11/30/2017 12/14/2017 a 

0168H Hope Valley Bridges (69D) Achieved NTP 
NTP 10/31/2017 10/24/2017 (NT 

0088A 1-95 Resurfacing (Rt 2 to Service Avenue) Achieved NTP 
NTP 10/31/2017 10/10/2017 a 
Substantially Complete 12/31/2018 11/30/201 8| 34] 

0016J Pine Street Bridge No. 548 (31) Achieved NTP 
NTP 12/30/2017 12/12/2017 SMB 


0078U Providence - Downtown Improvements, C-3 
Substantially Complete 10/31/2017 _ 5/31/2018 Na 


Third Party Utility Delay 


0025P Statewide Road Diet 2017 


Accelerated Advertisement and anticipated accelerated NTP 


NTP 12/29/2017 11/21/2017 N38) 
Substantially Complete 12/31/2018 11/30/2018) 134) 

0173Z US Route 6 Hartford Ave Achieved NTP 
NTP 12/31/2017 12/14/2017 ae 
Substantially Complete 6/30/2019 5/31/2019) 80) 

0168C Victory Highway Bridge No. 589 (71) Achieved NTP 
NTP 11/30/2017 10/11/2017 NBO 

0165V Woodville Road Improvements Achieved NTP 
NTP 10/31/2017 10/25/2017 (NG 


0172C 1R improvements to Smith Street 
Substantially Complete 12/31/2017 _ 12/5/2017 N26) 


Actual Substantial Completion 


0084C 2017 Crack Sealing Limited Access 
Substantially Complete 10/31/2017 _9/28/2017 UNB3) 


Achieved Substantial Completion 


0084B 2017 Crack Sealing North and East Regions 
Substantially Complete 10/31/2017 _9/28/2017 INBB) 


Achieved Substantial Completion 


0084A 2017 Crack Sealing South and Central Regions 
Substantially Complete 10/31/2017 _ 10/2/2017 N29) 


Achieved Substantial Completion 


0086Y 2017 Paver Placed Elastomeric Surface Treatment 
Substantially Complete 11/30/2017 __ 12/8/2017 RB 


Delay due to Weather 


0185A Apponaug Circulator By-Pass 
Substantially Complete 11/30/2017 10/20/2017 (4a) 


Achieved Substantial Completion 


0153E Capron Road Bridge No. 792 (70A) 
Substantially Complete 5/31/2018 __ 11/9/2017 208) 


Accelerated Substantial Completion 


0183B Central Street Bridge No. 449 (70B) 
Substantially Complete 5/31/2018 _ 11/30/2017 48 


Accelerated Substantial Completion 


0025J High Friction Surface Treatments 2016 
Substantially Complete 1/31/2018 __ 9/18/2017 ABB) 


Accelerated Substantial Completion 


0079G 1-95 Resurfacing (Elmwood Avenue to Eddy St) 
Substantially Complete 11/30/2017 _ 11/27/2017 NS) 


Actual Substantial Completion 


0143K Pawtucket Avenue Bridge No. 471 (57B) 
Substantially Complete 10/31/2017 _ 10/4/2017 NBT 


Actual Substantial Completion 


0163F Pleasant Valley Parkway Bridge No. 777 
Substantially Complete 6/30/2018 11/20/2017 BAB 


Accelerated Substantial Completion 


Schedule Changes Since Last Quarter 


Last Current 


Milestone Quater Quarter +/- Comments 

0012L Providence Area Bridges Nos. 1080, 1082 (56B) Accelerated Substantial Completion 
Substantially Complete 12/31/2017 11/20/2017 a) 

0081W Route 146 Improvements Accelerated Substantial Completion 
Substantially Complete 5/31/2018 _ 11/17/2017 (ABB 

0173S Snell Road Improvements Accelerated NTP and Substantial Completion 
NTP 10/31/2017 10/4/2017 
Substantially Complete 12/31/2018 _ 12/4/2017 /)305 

0078G South/North Main Streets ADA Improvements Actual Substantial Completion 
Substantially Complete 11/30/2017 _ 11/21/2017 NG) 

0073L Statewide Pavement Striping - Central, 2016-2017 Accelerated Substantial Completion 
Substantially Complete 11/30/2017 10/27/2017 NBA 

0073K Statewide Pavement Striping - South, 2016-2017 Accelerated Substantial Completion 
Substantially Complete 12/31/2017 10/31/2017 (NGM) 

0055K Statewide Resurfacing C-2, 2017** Delay due to Weather 
Substantially Complete 10/31/2017 11/15/2017 JB 


Budget Changes Since Last Quarter 


PTS NAME 

In Design 

0091S — High Friction Surface Treatment 2018 

0012T —_|-195 Relocation, Gano St, Contract 18 

0013G 1-295 Bridges - Bridge Group 09 

0073S Route 146 Guide Sign Improvements North C-1 (North 
0162B SRTS- Contract 2 (Narragansett) 
Subtotal 

Advertised 

0143A Big River Bridge 

0153T Diamond Hill Road Improvements at Mendon Road 
0013M 1-195 Corridor Bridges (77) 

0114V —_—‘|-295 Bridges Contract 3 

0081D = Improvements to US Route 1 (South Kingstown) 
0013L Route 146 Corridor Bridges (38) 

0114K Wood River Valley Bridge No. 404, I-95 North & South 
Subtotal 


In Construction 


0025F — Cranston - Local Safety Improvements 

0016J — Pine Street Bridge No. 548 (31) 

0173Z US Route 6 Hartford Ave 

01544 Wood River & Holburton Bridges Nos. 261, 262 (58D) 
Subtotal 

Complete 

0113L — Glenbridge Ave and South County Trail Bridges (69F) 
0139H — Route 138 Improvements 

0173S — Snell Road Improvements 

0173N — US Route 1, South Kingstown Improvements 
Subtotal 


Total 


Last Current 
Quarter Quarter 


1.604 
2.976 

3.98 
3.559 
1.885 


$1.212 
$3.176 
$4.279 
$4.025 
$2.175 


2.345 
2.977 
27.506 
10.431 
5.233 
10.922 
9.078 


$5.090 
$3.170 
$20.697 
$19.271 
$7.123 
$11.851 
$16.808 


0.77 
12.001 
8.513 
2.824 


$0.933 
$9.261 
$9.033 
$3.129 


8.776 
0.988 
2.166 
2.313 


$8.817 
$1.000 
$1.559 
$2.315 


$0.863 


$15.518 


($1.753) 


($0.552) 
$14.076 


Adjusted to Reflect Engineer's Estimate 
Additional funding by RIDEM for bike path 
Adusted to reflect Engineer's Estimate 
Adjusted to reflect Engineer's Estimate 
Adjusted to reflect Engineer's Estimate 


Revised for NTP Budget 

Revised for NTP Budget 

Revised for NTP Budget 

Adjusted to reflect Engineer's Estimate 
Revised for NTP Budget 

Adjusted to reflect Engineer's current Estimate 
Revised for NTP budget 


Revised for NTP Budget 
Revised for NTP Budget 
Revised for NTP Budget 
Revised for NTP Budget 


Adjusted for Project Closeout 
Adjusted for Project Closeout 
Adjusted for Project Closeout 
Adjusted for Project Closeout 


Index of Projects by Municipality 
Insert A 


Index of Projects by Municipality 


PTSID Project Name Type Appendix 
BARRINGTON 

0153C Central Bridge No. 018201 & Access Improvements to Route 114 BRIDGE A-1 
0013U East Bay Bridge Preservation BRIDGE A-33 
0172) Improvement to Nayatt Rd PAVEMENT A-39 
0162A SRTS- Contract 1 (Barr, Cran, E Prov) TRAFFIC A-42 
BRISTOL 

9603B Colt State Park Bike Path Connector TAP/OTHER A-10 
BURRILLVILLE 

0105E 2018 Rubberized Asphalt Chip Sealing C-1 OPERATING A-37 
0201A Railroad Avenue Bridge BRIDGE A-34 
0076N Route 107 1R Improvements PAVEMENT A-18 
0154B Shippee Bridge No. 307 (69E) BRIDGE A-6 
CENTRAL FALLS 

0004D Broad Street Regeneration PAVEMENT A-38 
0004B Dexter Street 1R Improvements PAVEMENT A-8 
CHARLESTOWN 

0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
0105C 2018 Limited Access Crack Sealing OPERATING A-36 
0114L Central RI Bridges - Group 12 (32 Bridges) BRIDGE A-22 
0072Z Median Guardrail US Route 1, South County TRAFFIC A-41 
O0086R West Main Road (Route 77) Chip Seal OPERATING A-7 
COVENTRY 

0173H 1 R Improvements to Old Summit Road PAVEMENT A-37 
0105E 2018 Rubberized Asphalt Chip Sealing C-1 OPERATING A-37 
9500A Arcadia Management Area Bridge Replacement BRIDGE A-1 
0114L Central RI Bridges - Group 12 (32 Bridges) BRIDGE A-22 
0025E Coventry - Local Safety Improvements TRAFFIC A-30 
0168H Hope Valley Bridges (69D) BRIDGE A-22 
0153N Route 102 & Route 117 Improvements - Roundabout TRAFFIC A-21 
0172Y Route 102 1R Improvements, C-3 PAVEMENT A-8 
0173) Route 116 Knotty Oak Rd. PAVEMENT A-9 
0026P Trestle Trail West Section Bridges TAP/OTHER A-40 
CRANSTON 

0130E 1 R Improvements to Reservoir Avenue PAVEMENT A-37 
0025N 2017 Statewide Intersection Safety Improvements TRAFFIC A-40 
0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
0105C 2018 Limited Access Crack Sealing OPERATING A-36 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-36 
0114L Central RI Bridges - Group 12 (32 Bridges) BRIDGE A-22 
0025F Cranston - Local Safety Improvements TRAFFIC A-30 


0013G |-295 Bridges - Bridge Group 09 BRIDGE A-33 


PTSID 


Project Name 


Type Appendix 
0114U |-295 Bridges Contract 2 BRIDGE A-23 
0114T |-295 Bridges Contract | BRIDGE A-23 
0201U I-95 Corridor Bridge Preservation & Resurfacing BRIDGE A-6 
0201V I-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-25 
0194C Park Avenue RR Bridge BRIDGE A-34 
0027B Reconstruction of the Route 6/10 Interchange BRIDGE A-24 
0113V Route 24 & |-295 Bridge Preservation BRIDGE A-6 
0173R Route 37 1R Improvements PAVEMENT A-9 
0013C Route 37 Bridge Rehabilitation BRIDGE A-35 
0162A SRTS- Contract 1 (Barr, Cran, E Prov) TRAFFIC A-42 
CUMBERLAND 
0105F 2018 Crack Sealing North and East Regions OPERATING A-35 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-36 
0105E 2018 Rubberized Asphalt Chip Sealing C-1 OPERATING A-37 
0004D Broad Street Regeneration PAVEMENT A-38 
0114S Cumberland I-295 Corridor Bridges (37T - |) BRIDGE A-22 
0073X Intersection Safety Improvements to Rt 114 between Bear Hill Rd and |-295 Cumberland-Roundabo TRAFFIC A-41 
0084G Rubberized Asphalt Chip Seal 2016 OPERATING A-16 
EAST GREENWICH 
0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
0013F Bridge Preservation BG - 05 BRIDGE A-32 
0114L Central RI Bridges - Group 12 (32 Bridges) BRIDGE A-22 
0113L Glenbridge Ave and South County Trail Bridges (69F) BRIDGE A-5 
0166H Route 4 Improvements, C-2 PAVEMENT A-28 
0055) Statewide Resurfacing 2015, C-1** PAVEMENT A-9 
EAST PROVIDENCE 
0105F 2018 Crack Sealing North and East Regions OPERATING A-35 
0153D Coles Bridge No. 134 (66) BRIDGE A-5 
0013U East Bay Bridge Preservation BRIDGE A-33 
0143D East Shore Expressway Bridges Nos. 475, 476 BRIDGE A-5 
0168H Hope Valley Bridges (69D) BRIDGE A-22 
0143W Horton Farm Bridge No. 472 (57M) BRIDGE A-22 
0013M |-195 Corridor Bridges (77) BRIDGE A-23 
0012E I-195 Relocation - Landscape Contract C PAVEMENT A-3 
0171B Newman Avenue Bridge No. 224 (57D) BRIDGE A-13 
0143K Pawtucket Avenue Bridge No. 471 (57B) BRIDGE A-13 
0162A SRTS- Contract 1 (Barr, Cran, E Prov) TRAFFIC A-42 
OOO9N Washington Bridge North No. 700 (57AT - J) BRIDGE A-15 
EXETER 
0013F Bridge Preservation BG - 05 BRIDGE A-32 
0013L Route 146 Corridor Bridges (38) BRIDGE A-24 
0168E Tefft Hill Trail Bridge No. 592 (67T - B) BRIDGE A-15 


PTSID 


Project Name 


Type Appendix 
FOSTER 
0105F 2018 Crack Sealing North and East Regions OPERATING A-35 
0105E 2018 Rubberized Asphalt Chip Sealing C-1 OPERATING A-37 
0168H Hope Valley Bridges (69D) BRIDGE A-22 
0084H Paver Placed Elastomeric Surface Treatment 2016 OPERATING A-16 
0172Y Route 102 1R Improvements, C-3 PAVEMENT A-8 
GLOCESTER 
0061A 1R Improvements to Route 44 - Contract 3B (RIDOT Maintance Facility to W. Greenville Rd.) PAVEMENT A-38 
0105E 2018 Rubberized Asphalt Chip Sealing C-1 OPERATING A-37 
0061K Improvements to Rt 44/100 Intersection and Chepachet River Bridge Repair C-3E TRAFFIC A-30 
0084G Rubberized Asphalt Chip Seal 2016 OPERATING A-16 
0055) Statewide Resurfacing 2015, C-1** PAVEMENT A-9 
HOPKINTON 
0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
9500A Arcadia Management Area Bridge Replacement BRIDGE A-1 
0114L Central RI Bridges - Group 12 (32 Bridges) BRIDGE A-22 
0168H Hope Valley Bridges (69D) BRIDGE A-22 
0115Z I-95 Highway LED Lighting - Exits 1, 2, 4, 5 and Weigh Stations TRAFFIC A-3 
0084G Rubberized Asphalt Chip Seal 2016 OPERATING A-16 
0154A Wood River & Holburton Bridges Nos. 261, 262 (58D) BRIDGE A-15 
0114K Wood River Valley Bridge No. 404, I-95 North & South (7T - A) BRIDGE A-25 
0165V Woodville Road Improvements PAVEMENT A-29 
JAMESTOWN 
0049M Jamestown-Verrazzano Bridge No. 800 & Cove Bridge No. 495 BRIDGE A-1 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-43 
JOHNSTON 
0173U 1 R Improvements to Winsor Avenue PAVEMENT A-25 
0105F 2018 Crack Sealing North and East Regions OPERATING A-35 
0105C 2018 Limited Access Crack Sealing OPERATING A-36 
0079P Danielson Pike Improvements PAVEMENT A-38 
0013G |-295 Bridges - Bridge Group 09 BRIDGE A-33 
0114V |-295 Bridges Contract 3 BRIDGE A-33 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-31 
0138B Rt 6A (Hartford Ave, C-2) PAVEMENT A-39 
0014F Simmonsville Bridge No. 326 (57C) BRIDGE A-24 
0173Z US Route 6 Hartford Ave PAVEMENT A-29 
LINCOLN 
0105F 2018 Crack Sealing North and East Regions OPERATING A-35 
0165) Improvements to Railroad Street PAVEMENT A-39 
0166) Mussey Brook Bridge No. 380 (56C) BRIDGE A-13 
0166L New River Road and Victory Highway 1R Improvements PAVEMENT A-8 
0166K Old River Road (Route 126) 1R Improvements PAVEMENT A-8 


PTSID Project Name 


Type Appendix 
0014Z Replacement of Louisquisset Pike Bridge BRIDGE A-34 
0013S RI-146 Area Bridges- Contract 1 BRIDGE A-35 
0081W Route 146 Improvements PAVEMENT A-28 
0055) Statewide Resurfacing 2015, C-1** PAVEMENT A-9 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-43 
LITTLE COMPTON 
0173S Snell Road Improvements PAVEMENT A-28 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-43 
0086R West Main Road (Route 77) Chip Seal OPERATING A-7 
MIDDLETOWN 
0105F 2018 Crack Sealing North and East Regions OPERATING A-35 
0011E Aquidneck Avenue HSIP TRAFFIC A-40 
0076Z Aquidneck Avenue Improvements TRAFFIC A-40 
0015A Aquidneck Island Bridge Preservation BRIDGE A-32 
0013U East Bay Bridge Preservation BRIDGE A-33 
0007F Two Mile Corner Reconstruction PAVEMENT A-19 
NARRAGANSETT 
0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
0105C 2018 Limited Access Crack Sealing OPERATING A-36 
0015A Aquidneck Island Bridge Preservation BRIDGE A-32 
0013U East Bay Bridge Preservation BRIDGE A-33 
0144B Great Island Bridge #499 BRIDGE A-1 
0162B SRTS - Contract 2 (Narragansett) TRAFFIC A-42 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-43 
NEW SHOREHAM 
0015A Aquidneck Island Bridge Preservation BRIDGE A-32 
0013U East Bay Bridge Preservation BRIDGE A-33 
0130R Ocean Avenue 1R Improvements PAVEMENT A-3 
NEWPORT 
0015A Aquidneck Island Bridge Preservation BRIDGE A-32 
0173F Broadway Streetscape Improvements Project PAVEMENT A-8 
0013U East Bay Bridge Preservation BRIDGE A-33 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-31 
NORTH KINGSTOWN 
0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
0105C 2018 Limited Access Crack Sealing OPERATING A-36 
0156A Clarence Hussey Bridge No. 11 (69B) BRIDGE A-5 
0015B Lafayette Road Bridge BRIDGE A-34 
0166H Route 4 Improvements, C-2 PAVEMENT A-28 
NORTH PROVIDENCE 
0105F 2018 Crack Sealing North and East Regions OPERATING A-35 
0172F Mineral Spring Avenue 1R Improvements PAVEMENT A-3 
0071V Mineral Spring Avenue HSIP TRAFFIC A-20 


PTSID 


Project Name 


Type Appendix 
0081W Route 146 Improvements PAVEMENT A-28 
0172B Woonasquatucket Avenue 1R Improvements PAVEMENT A-10 
NORTH SMITHFIELD 
0021U Blackstone Bikeway 8C TAP/OTHER A-29 
0183B Central Street Bridge No. 449 (70B) BRIDGE A-12 
0114) Farnum Pike Bridges BRIDGE A-33 
0013S RI-146 Area Bridges- Contract 1 BRIDGE A-35 
0025Q Roadway Departure Mitigation - Guardrail and Median Improvements to I-95 Warwick and Rt 146 N TRAFFIC A-41 
0013L Route 146 Corridor Bridges (38) BRIDGE A-24 
0073S Route 146 Guide Sign Improvements North C-1 (North Smithfield) TRAFFIC A-42 
0166D Route 146A and Park Avenue Intersection Improvements PAVEMENT A-9 
0118A Slatersville Stone Arch Bridge No. 273 (70C) BRIDGE A-14 
0145C Union Village RR Bridge BRIDGE A-35 
PAWTUCKET 
0004D Broad Street Regeneration PAVEMENT A-38 
0004B Dexter Street 1R Improvements PAVEMENT A-8 
0013U East Bay Bridge Preservation BRIDGE A-33 
0091S High Friction Surface Treatment 2018 TRAFFIC A-41 
0114R I-95 Corridor Bridge Nos. 56101, 56121, 56201, 56221 (3T - F) BRIDGE A-23 
0082C I-95 Resurfacing, C-2 (Pawtucket) PAVEMENT A-27 
0172F Mineral Spring Avenue 1R Improvements PAVEMENT A-3 
0081K Pavement Preservation to Rt 1A (Newport Ave) PAVEMENT A-27 
0143U Pawtucket Area Bridges (53B) BRIDGE A-13 
0016) Pine Street Bridge No. 548 (31) BRIDGE A-24 
0055) Statewide Resurfacing 2015, C-1** PAVEMENT A-9 
PORTSMOUTH 
0105F 2018 Crack Sealing North and East Regions OPERATING A-35 
0015A Aquidneck Island Bridge Preservation BRIDGE A-32 
0007C East Main Road 1R Improvements PAVEMENT A-27 
0049M Jamestown-Verrazzano Bridge No. 800 & Cove Bridge No. 495 BRIDGE A-1 
0031N Old Sakonnet River Bridge Demolition (Superstructure) BRIDGE A-13 
0132G Portsmouth Maintenance Facility TAP/OTHER A-19 
0081R Route 24 Improvements PAVEMENT A-28 
PROVIDENCE 
0172C 1R Improvements to Smith Street PAVEMENT A-17 
0025N 2017 Statewide Intersection Safety Improvements TRAFFIC A-40 
0105F 2018 Crack Sealing North and East Regions OPERATING A-35 
0163) Atwells Ave Bridge No. 975 Replacement BRIDGE A-1 
0013K BG-30 Broad St. South and Elmwood Ave Bridges BRIDGE A-32 
0021R Blackstone River Bikeway - Segment 1A TAP/OTHER A-19 
0017G Geneva Pond Bridge BRIDGE A-33 
0113L Glenbridge Ave and South County Trail Bridges (69F) BRIDGE A-5 


PTSID 


Project Name Type Appendix 

0144E Harbor Junction Bridge No. 131 (57E) BRIDGE A-12 
0091S High Friction Surface Treatment 2018 TRAFFIC A-41 
0012Q I-195 Relocate Waterfront Parks PAVEMENT A-38 
0012E |-195 Relocation - Landscape Contract C PAVEMENT A-3 
0012T I-195 Relocation, Gano St, Contract 18 PAVEMENT A-38 
0201U I-95 Corridor Bridge Preservation & Resurfacing BRIDGE A-6 
0201V I-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-25 
0079G I-95 Resurfacing (Elmwood Avenue to Eddy St) PAVEMENT A-18 
0058L I-95 Sustainability — Phase | TRAFFIC A-4 
0167C Louisquisset Ramp Bridge BRIDGE A-34 
0153R Memorial Blvd. & Francis Street Improvements TRAFFIC A-20 
0018A New Providence Viaduct Southbound Bridge No. 578 BRIDGE A-2 
0114N Oxford Street Bridge No. 653 (2T) BRIDGE A-24 
0163F Pleasant Valley Parkway Bridge No. 777 BRIDGE A-6 
0078U Providence - Downtown Improvements, C-3 PAVEMENT A-18 
0012L Providence Area Bridges Nos. 1080, 1082 (56B) BRIDGE A-14 
0012R Providence River Pedestrian Bridge BRIDGE A-14 
9004D Providence Station Enhancements TAP/OTHER A-3 
0012N Ramp El Bridge No. 1083 (56A) BRIDGE A-14 
0027B Reconstruction of the Route 6/10 Interchange BRIDGE A-24 
0013S RI-146 Area Bridges- Contract 1 BRIDGE A-35 
0013L Route 146 Corridor Bridges (38) BRIDGE A-24 
0081W Route 146 Improvements PAVEMENT A-28 
0078G South/North Main Streets ADA Improvements PAVEMENT A-9 
0080H STC - Allens Avenue at Terminal and Ernest TRAFFIC A-42 
OOO9N Washington Bridge North No. 700 (57AT - J) BRIDGE A-15 
0201T West Elmwood RR Bridge No. 660 (69G) BRIDGE A-7 
0172B Woonasquatucket Avenue 1R Improvements PAVEMENT A-10 
0017E Woonasquatucket River Bridge BRIDGE A-35 
RICHMOND 

0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
9500A Arcadia Management Area Bridge Replacement BRIDGE A-1 
0170C Baker Pines Bridge No. 593 BRIDGE A-22 
0013F Bridge Preservation BG - 05 BRIDGE A-32 
0145B Carolina Bridges (57F) BRIDGE A-12 
0114L Central RI Bridges - Group 12 (32 Bridges) BRIDGE A-22 
0168H Hope Valley Bridges (69D) BRIDGE A-22 
0115Z I-95 Highway LED Lighting - Exits 1, 2, 4, 5 and Weigh Stations TRAFFIC A-3 
0084H Paver Placed Elastomeric Surface Treatment 2016 OPERATING A-16 
0055J Statewide Resurfacing 2015, C-1** PAVEMENT A-9 
O0086R West Main Road (Route 77) Chip Seal OPERATING A-7 


PTSID 


Project Name 


Type Appendix 
0165V Woodville Road Improvements PAVEMENT A-29 
SCITUATE 
0173K 1 R Improvements to Rockland Road PAVEMENT A-37 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-36 
0105E 2018 Rubberized Asphalt Chip Sealing C-1 OPERATING A-37 
0173Z US Route 6 Hartford Ave PAVEMENT A-29 
0081E Us-6 (Rt 102 to Danielson Pk) PAVEMENT A-39 
SMITHFIELD 
0105F 2018 Crack Sealing North and East Regions OPERATING A-35 
0153E Capron Road Bridge No. 792 (70A) BRIDGE A-12 
0162C SRTS-Contract 3 (Smithfield, Westerly, Woonsocket) TRAFFIC A-42 
SOUTH KINGSTOWN 
0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
0105C 2018 Limited Access Crack Sealing OPERATING A-36 
0165X High Street & Kingstown Road Improvements PAVEMENT A-18 
0166M High Street/Kingstown Road Stormwater Mitigation STORMWATER A-29 
0081D Improvements to US Route 1 (South Kingstown) PAVEMENT A-27 
0025X Local Safety Improvements 2018, C-3, (South Kingstown) TRAFFIC A-39 
0072Z Median Guardrail US Route 1, South County TRAFFIC A-41 
0143R Route 1/South County Pier Cap Replacements BRIDGE A-6 
0153N Route 102 & Route 117 Improvements - Roundabout TRAFFIC A-21 
0139H Route 138 Improvements PAVEMENT A-18 
0055J Statewide Resurfacing 2015, C-1** PAVEMENT A-9 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-43 
0173N US Route 1, South Kingstown Improvements PAVEMENT A-10 
STATEWIDE 
0084C 2017 Crack Sealing Limited Access PAVEMENT A-26 
0084B 2017 Crack Sealing North and East Regions PAVEMENT A-26 
0084A 2017 Crack Sealing South and Central Regions PAVEMENT A-26 
OO086Y 2017 Paver Placed Elastomeric Surface Treatment PAVEMENT A-26 
0086X 2017 Rubberized Asphalt Chip Sealing PAVEMENT A-26 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-25 
0105G 2018 Paver Placed Elastomeric Surface Treatment C- 2 OPERATING A-36 
0105A 2018 Rubberized Asphalt Chip Sealing C- 2 OPERATING A-36 
0153P Bridge End Treatments - HSIP TRAFFIC A-19 
0084S Crack Sealing - Limited Access OPERATING A-15 
0086U Crack Sealing - Limited Access, 2015 OPERATING A-7 
0084Z Crack Sealing - North & East, 2016 OPERATING A-15 
0084Y Crack Sealing - South & Central, 2016 OPERATING A-16 
0102) East Bay/South, C-6 - STC TRAFFIC A-20 
0011C Enhanced Roadside & Freeway Delineation TRAFFIC A-10 
7006F Guardrail Repair and Replacement 2014-2016 OPERATING A-2 


PTSID Project Name 


Type Appendix 
0025) High Friction Surface Treatments 2016 TRAFFIC A-30 
7005F Impact Attenuator Repair and Replacement 2014-2016 OPERATING A-2 
0102H North, C-5 - STC TRAFFIC A-10 
0102G North/Central, C-4 - STC TRAFFIC A-11 
0116E Pavement Striping - East Bay, 2015 OPERATING A-7 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-20 
OOO6A Rhodeworks Toll Facilities TAP/OTHER A-29 
oos6w Rubberized Asphalt Chip Seal, 2015 OPERATING A-7 
0122H Statewide DMS Installation TRAFFIC A-4 
7006H Statewide Fence 2017-2019 OPERATING A-16 
7009E Statewide Fence Repair and Replacement 2015-2016 OPERATING A-2 
7006G Statewide Guardrail 2017-2019 OPERATING A-16 
7006J Statewide Impact Attenuator 2017-2019 OPERATING A-17 
0116S Statewide LED Retrofit Project TRAFFIC A-21 
0073L Statewide Pavement Striping - Central, 2016-2017 OPERATING A-17 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-17 
0073K Statewide Pavement Striping - South, 2016-2017 OPERATING A-17 
0073J Statewide Pavement Striping Eastbay 17-18 PAVEMENT A-28 
0055K Statewide Resurfacing C-2, 2017** PAVEMENT A-19 
0025P Statewide Road Diet 2017 TRAFFIC A-31 
0072K Traffic Signal Optimization, C-2 TRAFFIC A-21 
0072) Traffic Signal Optimization, C-3, 2016 TRAFFIC A-31 
TIVERTON 
0015A Aquidneck Island Bridge Preservation BRIDGE A-32 
0013U East Bay Bridge Preservation BRIDGE A-33 
0113V Route 24 & |-295 Bridge Preservation BRIDGE A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-43 
WARREN 
0013U East Bay Bridge Preservation BRIDGE A-33 
WARWICK 
0025N 2017 Statewide Intersection Safety Improvements TRAFFIC A-40 
0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
0105C 2018 Limited Access Crack Sealing OPERATING A-36 
0113U Airport Connector & Route 2 Bridges (53C & 81B) BRIDGE A-12 
0185A Apponaug Circulator By-Pass PAVEMENT A-2 
0013F Bridge Preservation BG - 05 BRIDGE A-32 
0014D Centerville Rd Bridge BRIDGE A-32 
0114L Central RI Bridges - Group 12 (32 Bridges) BRIDGE A-22 
0091K Coronado Road Pedestrian Enhancements TRAFFIC A-20 
0113L Glenbridge Ave and South County Trail Bridges (69F) BRIDGE A-5 
0201U I-95 Corridor Bridge Preservation & Resurfacing BRIDGE A-6 


PTSID 


Project Name 


Type Appendix 
0201V I-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-25 
0114P I-95 North & South Bridges at Toll Gate Road Nos. 683, 684 (5T - C) BRIDGE A-23 
0088A I-95 Resurfacing (Rt 2 to Service Avenue) PAVEMENT A-27 
0073H Intersection Safety Improvements Metacom Ave Rt 136 and Main Street (114) at Market/Miller - HS TRAFFIC A-41 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-31 
0025Q Roadway Departure Mitigation - Guardrail and Median Improvements to I-95 Warwick and Rt 146 N TRAFFIC A-41 
0113V Route 24 & |-295 Bridge Preservation BRIDGE A-6 
0173R Route 37 1R Improvements PAVEMENT A-9 
0013C Route 37 Bridge Rehabilitation BRIDGE A-35 
0166H Route 4 Improvements, C-2 PAVEMENT A-28 
0156C South County Freeway Bridge No. 686 (52A) BRIDGE A-14 
0071T Warwick - HSIP TRAFFIC A-21 
WEST GREENWICH 
0143A Big River Bridge BRIDGE A-32 
0013F Bridge Preservation BG - 05 BRIDGE A-32 
0114L Central RI Bridges - Group 12 (32 Bridges) BRIDGE A-22 
0115Z I-95 Highway LED Lighting - Exits 1, 2, 4, 5 and Weigh Stations TRAFFIC A-3 
0153N Route 102 & Route 117 Improvements - Roundabout TRAFFIC A-21 
0168C Victory Highway Bridge No. 589 (71) BRIDGE A-25 
WEST WARWICK 
0114L Central RI Bridges - Group 12 (32 Bridges) BRIDGE A-22 
0113L Glenbridge Ave and South County Trail Bridges (69F) BRIDGE A-5 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-43 
WESTERLY 
0081) 1 R Improvements to Route 78 PAVEMENT A-37 
0105F 2018 Crack Sealing North and East Regions OPERATING A-35 
0105B 2018 Crack Sealing South and Central Regions OPERATING A-36 
0105C 2018 Limited Access Crack Sealing OPERATING A-36 
0115Z I-95 Highway LED Lighting - Exits 1, 2, 4, 5 and Weigh Stations TRAFFIC A-3 
0072Z Median Guardrail US Route 1, South County TRAFFIC A-41 
0162C SRTS-Contract 3 (Smithfield, Westerly, Woonsocket) TRAFFIC A-42 
WOONSOCKET 
0021S Blackstone River Bikeway Segment 8B-1 TAP/OTHER A-39 
0153T Diamond Hill Road Improvements at Mendon Road TRAFFIC A-30 
02011 Hamlet Ave. Bridge #500 (69C) BRIDGE A-5 
0166D Route 146A and Park Avenue Intersection Improvements PAVEMENT A-9 
0162C SRTS-Contract 3 (Smithfield, Westerly, Woonsocket) TRAFFIC A-42 


